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DISTRICT:  Missoula  1130 


DISTRICT  DESIGN  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING:  August  28,  1985 


M-HRS 


PROJECT  NUMBER  &  NAME 

DESCRIPTION 

NEXT 
MILE- 
STONE 

[JSED  THIS 
REPORT 
PERIOD 

% 

COMP 

EST 

COMP 

DATE 

630 

Kalispell  Strip 
F  1-2(24)121 

PMS 

1.2  Miles 

Plans  to 
Checker 

0 

50 

Mar  3 
1986 

268 

Mullan  Road  (2  Sets) 
RS  263-1(4)1 

G.GS.PMS  &  Structure 
4.2  Miles 

Plans  to 
Checker 

56 

60 

Sept  17 
1986 

603 

Libby  Southeast 
F  1-1(19)38 

PMS 

6.5  Miles 

Final 
PIH 

0 

6 

Jan  27 
1987 

845 

St.  Regis  Northeast 
F  35-1(5)0 

PMS  &  Widening 
3.4  Miles 

Plans  to 
Checker 

42 

89 

Dec  1 
1986 

024 

Flathead  Co.  Line-South 
F  5-2(3)86 

G,  GS,  PMS 
7.2  Miles 

Plans  to 
Checker 

9 

87 

Sept  17 
1986 

243 

Dixon  -  North 
RS  212-1(1)0 

G,  GS,  PMS 
3.2  Miles 

Prelim 
PIH 

0 

18 

Nov  1 
1985 

772 

West  of  Dixon  (Revais  Cr.) 
BRF  6-1(28)105 

Structure  &  App. 
0.5  Miles 

Final 
PIH 

0 

6 

Nov  25 
1987 

649 

Meadow  Creek  -  South 
S  508-1(2)12 

G,GS,PMS,&  Structure 
5.5  Miles 

Prelim 
PIH 

0 

5 

Oct  4 
1986 

Penna  -  Dixon 
F  6-1(30)91 

G.GS  PMS 
17.3  Miles 

Prelim 
PIH 

0 

5 

Oct  30 
1987 

706 

Missoula  -  Bonner 
IR  90-2(75)106 

Cone.  Surf.  Rehab. 
4.6  Miles 

Prelim 
PIH 

67 

24 

Oct  21 
1985 

DISTRIBUTION:     CONSTRUCTION  BUREAU  -  Original 
DISTRICT  OFFICE  -  Yellow  Copy 
ORIGINATING  OFFICE  -  Yellow  Copy 


bls/40Ka/STND40 
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DISTRICT:  Missoula  1130 
DISTRICT  DESIGN  PROGRESS  REPORT 


FOR  THE 

PERIOD  ENDING:  August 

28,  1985 

PROJECT  NUMBER  &  NAME 

DESCRIPTION 

NEXT 
MILE- 
STONE 

M-HRS 
USED  THIS 
REPORT 
PERIOD 

====== 

% 

COMP 

======== 

EST 

COMP 

DATE 

567 

Elk  Hill-Lion  Springs 
F  1-1(12)65 

G,  GS,  PMS 
3.3  Miles 

Plans  to 
Checker 

181 

79 

Jan  2 
1987 

521 

Hamilton  -  Corvallis 
RS  269-1(5)0 

PMS  &  Widening 
6.1  Miles 

Design  Planning 
Report  0 

0 

June  1 1 
1986 

860 

Blue  Bay  North  &  South 
F  52-1(5)3 

PMS 

2.0  Miles 

Final 
PIH 

0 

1 

873 

Perma  Canyon  Roadway 
RS  382-1(1)1 

F,  GS,  PMS 
2.8  Miles 

Final 
PIH 

0 

45 

May  12 
1988 

635 

Seeley  Lake-Inez  Lake 
FR  83-1(3)15 

PMS  &  Widening 
8.3  Miles 

Final 
PIH 

16 

11 

Oct  29 
1989 

816 

Big  Fork  -  East 
F  83-1(3)74 

PMS  &  Widening 
8.7  Miles 

Final 
PIH 

59% 

50 

Oct  1 
1985 

634 

Clearwater  Jet  -  East 
FR  24-1(16)32 

PMS  &  Widening 
11.8  Miles 

Prelim 
PIH 

248 

24 

Sept  27 
1985 

770 

Ovando  -  East 

RTF  -  HES  24-2(16)43 

PMS  &  Widening 
12.3 

Prelim 
PIH 

24% 

10 

Sept  13 
1985 

604 

Eureka  -  South 
F  5-4(2)174  U-l 

G,GS,PMS&  Structure 
12.6  Miles 

Final 
PIH 

0 

11 

Nov  13 
1989 

861 

Ravalli  Weigh  Station 
F  5-2(30)27 

Scale,  Scale  House 
&  Approaches 

Final 
PIH 

0 

5 

Sept  26 
1986 

DISTRIBUTION:     CONSTRUCTION  BUREAU  -  Original 
DISTRICT  OFFICE  -  Yellow  Copy 

ORIGINATING  OFFICE  -  Yellow  Copy  bls/40Ka/STND40 
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DISTRICT:  Missoula  1130 
DISTRICT  DESIGN  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  August  28,  1985 

M-HRS 


PROJECT  NUMBER  &  NAME 

DESCRIPTION 

NEXT 
MILE- 
STONE 

USED  THIS 
REPORT 
PERIOD 

% 

COMP 

EST 

COMP 

DATE 

880 

Happy's  Inn 
F  1-1(26)69 

PMS 

11.3  Miles 

Planning 
Report 

0 

1 

Nov  25 
1988 

788 

Marion  West 
F  1-2(22)90 

PMS  &  Widening 
9.8  Miles 

Final 
PIH 

24 

20 

Nov  1 
1985 

724 

Whitefish-Olney 
F  5-3(20)129 

Timber  Removal 
16.6  Miles 

Prelim 
PIH 

0 

0 

Dec  1 
1986 

Arlee  -  St.  Ignatius 

PMS 

15.9  Miles 

Final 
PIH 

0 

0 

Ronan  -  Poison 
F  5-2(9)46 

PMS 

11.7  Miles 

Final 
PIH 

0 

0 

McGregor  Lake  E  &  W 

PMS  &  Widening 
8.5  Miles 

Prelim 
PIH 

0 

0 

Thompson  Falls  -  East 

PMS  &  Widening 
4.7  Miles 

Prelim 
PIH 

0 

0 

Missoula  West 
IR  90-2(78)94 

Cone.  Surf.  Rehab 
12.0  Miles 

Prelim 
PIH 

19 

10 

DISTRIBUTION:     CONSTRUCTION  BUREAU  -  Original 
DISTRICT  OFFICE  -  Yellow  Copy 
ORIGINATING  OFFICE  -  Yellow  Copy 


bls/40Ka/STND40 
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* 


CMS-14 


DISTRICT:        // 0  & 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  3  ~  3&  ~  S 


PROJECT  NO.:  J f?-  fi)  CONTRACT  AMOUNT:  $ 

PRO  J.  NAME:  CONTRACTOR:   

LENGTH:  /^^>,/^     Af//r~<s  FROM  (town):   

COUNTY:   tf,  <rtfrj/ jtf,  ^  ^//*  /  AWARD  DATE:   


CONTRACT  TIME: 


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   

%  TIME  USED:   

NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE:  ' 

PROJECT  MANAGER:   >  2  TELEPHONE: 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  6  f^^  ADDRESS: 


GENERAL : 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS-14 


DISTRICT:  £2l££&2£kJSi 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  S-ZS 


PROJECT  NO.:  X-jtg-  ?o~,rt,)-Lj  u^9 

PRO  J.  NAME:  S7r  /Pe&s   £T.  tJsL 

LENGTH :  g    sr>.  uK  

COUNTY:   


CONTRACT  TIME: 


UJarHT.^j    Say  \ 


ORDER  TO  PROCEED  DATE:  */~/C-&</ 

%  COMPLETE:  jgg  

%  TIME  USED:  A<J  

NO.  MEN  EMPLOYED:  /p  


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $     7;  <36,*.  R^t 

CONTRACTOR:     UJ  as-h,  u<r-rro  h  r.o^sr-  da 

FROM  (town):     m,ss  oola  j  aTt  

AWARD  DATE:  3  a   


DATE  WORK  STARTED: 


9<S 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE:   

TELEPHONE: 
ADDRESS : 


PROJECT  MANAGER:    J^^s  cV/e 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  /n 


GENERAL :      {~c>s,Ts*cfor    s~xr*/f:*y     <J-A ~ ■e^Ar j  f jy„ 
ro.^H  './oo^.    i''C  6c  -  tot'Pvy  r.?S_^ /an?^    P/.  A)  -V  ^ - /  oo  %;    ff/.  gv  - 

Cko.*.  ^c-  s  /OO  Fam  ^t-^r*   (fZUj)^  /Oq^  £#r~,  -   <fo  5Zy 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


Dj 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       &'2&-  &S~ 


DISTRICT:  //30 


PROJECT  NO.:    Z-T&^o-  ,  Ibi^gy-uto 

PRO  J.  NAME:     sr.  ;?^,c  e  iw  

LENGTH :  Q.  gL  ;H;l*s  

COUNTY:  /^er^A  

CONTRACT  TIME:      /  /  g>   


ORDER  TO  PROCEED  DATE:  2=3J3LZ£»M. 

%  COMPLETE:  (£%  

%  TIME  USED:  &7  

NO.  MEN  EMPLOYED:  /S~-Zo  

ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $  I^Z 

CONTRACTOR:     Acem^i  XVb,TUb 

FROM  (town):      SpaK«r,e_  ,  Wld.  

AWARD  DATE:   

DATE  WORK  STARTED:  &dkzB£  


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 
NO.  SHIFTS  PER  DAY:  / 
NO.  HOURS  PER  SHIFT:  8~/Z 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      Vj  Ac  TELEPHONE:  £</?-2MQ 

ADDRESS: 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


GENERAL:  tt-tiyrr/fmr/Hr  -  ^s^^L  <2u2&^^2^  d&L^&M 
Se.f:  &$&sga£&z£t££^  <Ote£&u&t>&&  qe4zx&aL 

;>W^/ .r^:^,/^^  J^aa  ijig^  fitagg^  


/fr/rfar<      (^^7^.A  o^uSjB^jZ^l  Lmte&&£L£; 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221F 


DISTRICT:  /flissotjfi 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  ff-3/-£r 


PROJECT  NO.:     XMci^oo  )t</   CONTRACT  AMOUNT:     $  X-  ,VV6,  CM.  SO 

PRO  J.  NAME:    Z  milts         ^  TL/.ki'o  £&S+  CONTRACTOR:      Ahv.jlmaJ  4srtA*t* 

LENGTH:   lljtfjdlu   FROM  (town):  ■  (tit 

COUNTY:    fllifetal  ^rfissaJfl   AWARD  DATE:  '3-^gS'  


CONTRACT  TIME:        7^U/^ki^  fitXjZ  DATE  WORK  STARTED:  ^jLrjCj 

ORDER  TO  PROCEED  DATE:      V-X9-,P,<r  PROBABLE  COMPLETION  DATE:  y_ 

%  COMPLETE:     J?£   NO.  DAYS  WORKED  PER  WEEK:  £±£ 

%  TIME  USED:     JJJ   NO.  SHIFTS  PER  DAY:  /  


NO.  MEN  EMPLOYED:         J"   NO.  HOURS  PER  SHIFT:         f  4a  (£ 

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  TMllA  TELEPHONE:       73LT-- 4^3*  


NO.  OF  ENG.  PERSONNEL  EMPLOYED:    JJ_       ADDRESS:        A  IbrfhJJ,  ffU 


GENERAL:     dl(  r^m-ir'-.Z    -jytwll'/rj   (jklM&ki  *  d<?i/Jj  /?  //  a^. 

OA-g'Ji'f..  S+fi-'frfffs  butt  30&d.  ±jL  dlMtL  7/  <)<m  ■?  sum  i^llLkc  &0jttt§ 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:  //3Q 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  Sjj2SlS£-  

PROJECT  NO.:  9o~  1  ft?  CONTRACT  AMOUNT:     $  99Q  ^J-OO 

PRO  J.  NAME:      M  *SW*   C=A<n~a  U&r  CONTRACTOR:      XlMHo     C^T.  Co, 

LENGTH :     FROM  (town):     J^JJ^ ,  Fa  /fa  Tt^Hn 

COUNTY :  /WlSCOo/A   AWARD  DATE:  </-&V  _ 

CONTRACT  TIME:       /<-/p   DATE  WORK  STARTED: 

ORDER  TO  PROCEED  DATE:    PROBABLE  COMPLETION  DATE:  Jp-ffT 

%  COMPLETE:         75"   ?Q   NO.  DAYS  WORKED  PER  WEEK: 

%  TIME  USED:      66    NO.  SHIFTS  PER  DAY:  /  

NO.  MEN  EMPLOYED:     _j±   NO.  HOURS  PER  SHIFT:   

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:     Cj,Hu^  C.  /YlA/j^T  TELEPHONE :        jSV?  -  ^y^/  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    ADDRESS:        2)^T:    OF     UlX,H  ujy* 

diss* 


5ENERAL:                 ^  /f^Zts-  /r,^JL7£^/  *//  cver/L* 
 Tr/i/fe'o  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  11 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:    August  30,  1985 


PROJECT  NO.:     IR  90-3(61)142   CONTRACT  AMOUNT:  $1777,337.75 


PRO J.  NAME:  Baarmouth  East  and  West  CONTRACTOR:  Jim  Gilman  Excavating  Inc. 
LENGTH:   7.6  Miles   FROM  (town):  Butte,  Montana 


COUNTY:  Granite   AWARD  DATE:    August  29,  1984  

CONTRACT  TIME:  60  Working  Days  date  work  STARTED:     January  16,  1985 


ORDER  TO  PROCEED  DATE:     Sept.  24,  1984  PROBABLE  COMPLETION  DATE:      September  14,  1985 

   c  

%  COMPLETE:   95   NO.  DAYS  WORKED  PER  WEEK:   

%  TIME  USED:   84   NO.  SHIFTS  PER  DAY:   1 

NO.  MEN  EMPLOYED:         6  NO.  HOURS  PER  SHIFT:  8 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:     /Allan  J.  Dutton         TELEPHONE:  288-3875 


NO.  OF  ENG.  PERSONNEL  EMPLOYED:       2        ADDRESS:  P.O.  Box  264 


Drummond,  Mt.  59832 


o™™»T  Work  for  the  past  month  has  consisted  of  Li  11  Construction 

GENERAL :   

placing  concrete  to  metal  connections  throughout  project.    On  August  5, 
first  application  of  paint  striping  was  placed  on  roadway.  Anticipate 
second  application  to  be  placed  sometime  during  2nd  week  of  September. 
By  August  15,  Raise  Rail,  Add  Post  and  Concrete  Barrier  Rail  above 


urummond  was  complete.    All  barrier  delineators  have  been  placed.  End 

Anchors  are  50%  complete. 

Three  man  crew  in  office  working  on  Final. 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


CMS-14 


DISTRICT:      y^f  JJ,^^  ^ 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      At/t..    ?  <T  /<?S?<T 
fire 

PROJECT  NO.:     BJJ^Szjth^   CONTRACT  AMOUNT:     $    4.   24/  <T\S.  s<r> 

PRO  J.  NAME:  J  ^        d,   CONTRACTOR:  JT„^ 

LENGTH :  j   S.  >    ^f,**<  FROM  (town):  Bt^U^  

C0UNTY:     rt'S^ecs.*   J  ****  AWARD  DATE:  £,-2.#~£>*T  

CONTRACT  TIME:         /7q      ^  n  DATE  WORK  STARTED:  -7-/4-e<r 

ORDER  TO  PROCEED  DATE:     ^-«r-<gjr  PROBABLE  COMPLETION  DATE:  //^ 

%  COMPLETE:  Z- /   NO.  DAYS  WORKED  PER  WEEK:         jr-  C 

%  TIME  USED:  /3  °/^>   NO.  SHIFTS  PER  DAY:  ,~ 

NO.  MEN  EMPLOYED:                  +7  NO.  HOURS  PER  SHIFT:         #  -  /& 

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE: 

PROJECT  MANAGER:     d/A£o*,        6,*^     TELEPHONE:         ^^g-  6+ 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:    jj^      ADDRESS:  £fr&£a&* 


GENERAL:   C r~>  a/ T~*A C  r&<,  <Y+  <,  da^^yr        z?  aSais* 

S<<s*i  -  r. e<v r      c- rf>*.i —  y  <?~**^  J    ^^^^  >r 

(2<?"r  i/*cLr<p«  <£*LAd&g — £>/v  asm**. /  '/z  c&c 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


/ 


CMS- 14 


DISTRICT:      pfl  , 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     ftucjuA  ICONS' 


PROJECT  NO. 
PRO J.  NAME: 

LENGTH:   

COUNTY:  .<^pU«s- 


CONTRACT  TIME: 


CONTRACT  AMOUNT:     $     /;Q*Q    <j/L  >Q9 
CONTRACTOR:        ^  Clc. 
FROM  (town):       j?////„j,.<-  /T7T 

AWARD  DATE:   c$>  -  &S~  

DATE  WORK  STARTED: 


V-  /-vS.5" 


ORDER  TO  PROCEED  DATE:     </-/L  -QS 

%  COMPLETE:  &  &  

%  TIME  USED:  7/  

NO.  MEN  EMPLOYED:  /n  

ACTUAL  COMPLETION  DATE: 


PROBABLE  COMPLETION  DATE:  //?-/f-SS 

NO.  DAYS  WORKED  PER  WEEK:  _g_  

NO.  SHIFTS  PER  DAY: 
NO. 


/ 


HOURS  PER  SHIFT:  £ 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE: 
PROJECT  MANAGER 
NO.  OF  ENG 


PERSONNEL  EMPLOYED:  Z 


TELEPHONE:   

ADDRESS:     p^Jjis  ,  Mr,*, 


GENERAL:     UjorK  duJUOfi  7^<°  ^£SjLp^xu£2sL  Osj»SJ<i£~J  of-  pb^,^? 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 

YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE 
3255-2914  // 


CMS- 14 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  £- 

PROJECT  NO.:  7 - 2.  f ?)? 2-  CONTRACT  AMOUNT:     $  /  ^&£jJg&GJt£> 

PR0 J  •  NAME :  ^JjSOtttf^t^f.  CONTRACTOR :  Ametd&UL 

LENGTH :   /  £T&/     AV./e>  ±  FROM  (town):       /tffr*^./,  ' 

COUNTY :  /rf^^lz   AWARD  DATE:        J^rrr  .  2//?&<^ 

CONTRACT  TIME:  DATE  WORK  STARTED: 

ORDER  TO  PROCEED  DATE:       ^^^^jjr  PROBABLE  COMPLETION  DATE:      ? £0  ~«8S~ 

%  COMPLETE:   g«g>  %  NO.  DAYS  WORKED  PER  WEEK: 


%  TIME  USED:    NO.  SHIFTS  PER  DAY:   £_ 

NO.  MEN  EMPLOYED:  NO.  HOURS  PER  SHIFT:   /£_ 

ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:     J ^    /yj////^^  <  TELEPHONE:  dEgZz&l^Ll 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:      P./Q.  7 #39 

GENERAL: 


IZX^bL.  <£>i-/tf4r<>   J^rAt  /«>^*s  1^<// 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS-14 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  ^3- 


PROJECT  NO.  :  2,+-zC/)*q 
PRO  J.  NAME:    a/.  rt^  r 

LENGTH :      Q,f/  *  <  

COUNTY:  /W^,  

CONTRACT  TIME:     &g    14/,  /?■  


ORDER  TO  PROCEED  DATE:  ^ 
%  COMPLETE: 
%  TIME  USED: 
NO.  MEN  EMPLOYED: 


^^^^ 


9< 


CONTRACT  AMOUNT:     $   Z07  ? g»g  ,  s~~ 
CONTRACTOR:      &£jLaezX&£  CjtHtSZ, 
FROM  (town):     £«£Ar     ^ s 
AWARD  DATE:  /oS^'St-  


DATE  WORK  STARTED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


J2- 


ACTUAL  COMPLETION  DATE:         - ?- <S sT 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE: 

PROJECT  MANAGER:  *  ~  TELEPHONE: 

ADDRESS: 


NO.  OF  ENG.  PERSONNEL  EMPLOYED:  /-2 


GENERAL:        /  #  £  SLot/*<rr  «s+ <     ^ oa**±  £ j4isa.    J.    '9 0js~ 

Tie 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS- 14 


DISTRICT:       // &  g 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  ^  £>5~ 


PROJECT  NO.  :  Jjjj££  f/<///aj)  CONTRACT  AMOUNT:     $  7  22.¥.0O 

PROJ.  NAME:    j&rfj ^    &g&A,       CONTRACTOR:         ^»  ^A.„/^Jr  In, 

LENGTH :   %0  *  FROM  (town): 


COUNTY: 


 c^xxxfcw     /'tn*r  *  

rff^Zs+^/v  AWARD  DATE:      ^June    ^  /?£  £ 


CONTRACT  TIME:  ^    ^  Z?,         DATE  WORK  STARTED:  '/ ~  & 

ORDER  TO  PROCEED  DATE:  PROBABLE  COMPLETION  DATE:   

%  COMPLETE:   /&  d?  ^  NO.  DAYS  WORKED  PER  WEEK:  '  

%  TIME  USED:  N0.  SHIFTS  PER  DAY:   „ 

NO.  MEN  EMPLOYED:     __==^_       NO.  HOURS  PER  SHIFT:  , 
ACTUAL  COMPLETION  DATE:     Z'sL/'fj  ^ 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:  - 

PROJECT  MANAGER:     _  7/^7     ^/j^0  S  TELEPHONE :  ^¥?~d^f/ 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:    /-^_  ADDRESS:  ^  Z^L ^  f 

GENERAL :  6~*/r#r  ^  ^  ^ 

£2^d^    Z/  \sLaJL  ^ZaQg 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 

/1 


CMS- 14 


DI STRI CT : 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  /fltjlad' SA 


PROJECT  NO.  :  PS_  J-ZO^'J-^)^ 

PRO  J.  NAME:  -^auTA 

LENGTH:  /.  4 

C0UNTY:  /-A 


CONTRACT  AMOUNT:     $  %¥^Kj^j*j^3_ 
CONTRACTOR:  ^/£/7/7  £tJ/*/rt  JrxF.pZ?^ 
FROM  (town):  /.//?  0 
AWARD  DATE: 


CONTRACT  TIME: 


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE:      ^-/^  ^-5" 

%  COMPLETE:   Q  

%  TIME  USED: 


AT 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


NO.  MEN  EMPLOYED:   

ACTUAL  COMPLETION  DATE:  ^ 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:  /' <!*>> 

EFFECTIVE  OPENING  DATE: 

PROJECT  MANAGER:  TELEPHONE 

ADDRESS 


—J  ■  ^J^±/l 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


GENERAL:         /^?<g    j£&CL&jL  T/ AT?    /5  ^£//7/f  &£cc£&J. 


DISTRIBUTION: 
3255-291A 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CMS-1A 


DISTRICT:    /fl,  3  £0*^,7 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      *£*f>r  / 


PROJECT  NO.:  jyjt  _        ;  3 

PRO  J.  NAME:      PtALAtA  QajJ^*J 

LENGTH:   <£>  .  /  %  J 

COUNTY: 


CONTRACT  TIME: 


SO  U7/9 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   

%  TIME  USED:   

NO.  MEN  EMPLOYED: 


7-f -2  s 


CONTRACT  AMOUNT:     $  2^,jy2  .  <? * 
CONTRACTOR:    Gz*<>4  * 
FROM  (town):     j iAjA  ytf^j 
AWARD  DATE:        J0jJS  ,  9 *  <; 

DATE  WORK  STARTED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE: 

PROJECT  MANAGER :    ,  JAaA/(  ,    z         +  «  , ,  TELEPHONE 

ADDRESS 


NO.  OF  ENG.  PERSONNEL  EMPLOYED:  / 


6>  </  9  -  jz  <//~^ 


3r.  .s   ^  r. 


GENERAL :       jj*     uJ^jgg  £££4*1     gV     7*/^  £&&jk*LZZ 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS-14 


DISTRICT:  MlSjSohM 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       g~3l  "_&$ 


PROJECT  NO.:      $3  Q 
PRO  J.  NAME:     A/h**t»„  $£LM±h 

LENGTH :  /,  Z  Mi  

COUNTY:       Miner*  /  


CONTRACT  AMOUNT:     $    7^  /  7/£ 
CONTRACTOR:  M*d*iu& 

FROM  (town):   

AWARD  DATE:        j^zJjZ  &  *>~  


CONTRACT  TIME: 


2£L 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:  9g  

%  TIME  USED:  jgfc  Jyf 

NO.  MEN  EMPLOYED:  / £ 


DATE  WORK  STARTED: 
PROBABLE  COMPLETION 
NO.  DAYS  WORKED  PER 
NO.  SHIFTS  PER  DAY: 
NO.  HOURS  PER  SHIFT: 
ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

TELEPHONE : 
ADDRESS : 


DATE: 

WEEK: 

/ 

& 

PROJECT  MANAGER:  Qj^Jd.  7^  Lj« 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  & 


£2- 


GENERAL:       Wt*  C.o^tt^cUr-  C&4*JLfrl£L£L     ZAj£  3W 

 iTc^'r  ccnci  is  do  i a y  g  La  ^  * 

tjSet  f\  ____  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS-14 

DISTRICT: 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: ^/tfUS^  3 /fZS' 

PROJECT  NO.:  £//C  (SJ^  CONTRACT  AMOUNT:     $  £  </  a  t?£7V& 

PRO  J.  NAME:  M'^jJ^L  -#7/si»uU  CONTRACTOR:    J.<<y?*  /Sansf  Q& 

LENGTH :    —    FROM  (town):     /rf/ZZe/A,  / K_ 

COUNTY:  SjJ #?cf  A.  AWARD  DATE:  *f~36-$3 

CONTRACT  TIME:  tf/ D  DATE  WORK  STARTED :      4/ -  > 

ORDER  TO  PROCEED  DATE:    A?-p/ PROBABLE  COMPLETION  DATE:  7 

%  COMPLETE:   0   NO.  DAYS  WORKED  PER  WEEK:   

%  TIME  USED:   NO.  SHIFTS  PER  DAY:   

NO.  MEN  EMPLOYED:  NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DA5frr-  ~  $-Zel-~2S' 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:  

PROJECT  MANAGER :  ^I~/j(J////<My7 4  TELEPHONE:  iTy^^Vf  / 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:  /?7 /5  <>  O zll 


GENERAL:  r? //}  4    ££&J?4    //./S r  £  ^Oj^j 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS-14 


DISTRICT:  stf/550x/t^~ 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  SA  /f&S 


PROJECT  NO.:  <rJ%7,v1//^ 
PRO  J.  NAME:  /t&kfy.         ^^/^  At/// 
LENGTH:  2  ,<?  | \  4f 

COUNTY:  4-/y>^/r- 
CONTRACT  TIME:  ^>^>7f  /  /f gg_ 
ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   

%  TIME  USED: 


CONTRACT  AMOUNT:     $  Sg3j$^3 ,  &  g 
CONTRACTOR:  £eJ>le,r  <Scg&C 

FROM  (town):      /./'/?<?    jLt /jf^./M 
AWARD  DATE:  ^t^Sc?-  £^ 

DATE  WORK  STARTED:  SLz2*&£l 


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE:    ^-37-  %<T 
DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE: 
PROJECT  MANAGER: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED 


v\tw  J 


TELEPHONE: 
ADDRESS: 


/C«  few// 


GENERAL:   ^MsJ*  gj^jum        ^//-  A*  ^J/r>//% J 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT:  rf*±SOe/c/9. 


CONSTRUCTION  PROGRESS  REPORT 


'  iissci1-5*. 

PROJECT  NO. 
PRO J.  NAME: 
LENGTH:  _ 
COUNTY: 


FOR  THE  PERIOD  ENDING: 


'/J  t4i.-  /  f.t- 


CONTRACT  AMOUNT:     $        +i5  £*'J?.\  r3 
CONTRACTOR:      /r  \.z  d"    £&h         ^  ' 
FROM  (town):  Cz&E&I.         -  '  : 

AWARD  DATE: 


A.'  &u 


CONTRACT  TIME:   k 

ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   

%  TIME  USED:   


DATE  WORK  STARTED:   £ 

PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


NO.  MEN  EMPLOYED:   4" 

ACTUAL  COMPLETION  DATE:  — 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:  v  

PROJECT  MANAGER:     /-    t^islni  j  TELEPHONE:  53' 


NO.  OF  ENG.  PERSONNEL  EMPLOYED:   n-ZZ  ADDRESS: 


3o  <  /S& 


GENERAL:  ✓^deT   Co^sT:  K/m^aJ  f  St6s  *3£-*£a/  Co  as^LtS 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS-14 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  f^ZJjP&S' 


PROJECT  NO. : 
PRO J.  NAME: 
LENGTH:        J,  / 
COUNTY :  ^>^e* 


CONTRACT  AMOUNT:  $    A<,/>S  j,/3.{T 
CONTRACTOR:  jfejy^ 
FROM  (town): 
AWARD  DATE: 


CONTRACT  TIME: 


ORDER  TO  PROCEED  DATE 

%  COMPLETE:   

%  TIME  USED: 


NO.  MEN  EMPLOYED: 


DATE  WORK  STARTED:       #--sJ2_  -JtS. 
PROBABLE  COMPLETION  DATE:  p 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


/ 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      <? sT^Zs^^  TELEPHONE: 

ADDRESS :  y^q 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


GENERAL: 


J  Is 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


-2/ 


CMS-14 


DISTRICT:    fAl  Should 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     &jjMu$kJ*fy  1^85" 


PROJECT  NO.:     F  S-^Ll(o)  LlLt 


PRO  J.  NAME:    ^  ,irU.^ -Ml*<V£  £^4h 

LENGTH :      £,3  Nii\*.£  

COUNTY :  EU^g£uL  

CONTRACT  TIME:  Ul/nrK,^  Dr»y.<, 

ORDER  TO  PROCEED  DATE: 

%  COMPLETE:       ftq  ^>  

%  TIME  USED:  \OC3   

NO.  MEN  EMPLOYED:      2,0  -Vo  Z5" 
ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $  g?>ft  Q44-,  <  I 
CONTRACTOR:     Pr^K    paJjny  ^Tru: 
FROM  (town):     S^p^f .  Trlftha 
AWARD  DATE:      p^L^  o  V),  1364- 
DATE  WORK  STARTED:     f^^y  3    I  98^T 
PROBABLE  COMPLETION  DATE:    ^yyjJ-  lQ^T 
NO.  DAYS  WORKED  PER  WEEK:  /=T 

NO.  SHIFTS  PER  DAY:   I  

HOURS  PER  SHIFT: 


NO 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:  A/A 

PROJECT  MANAGER:      K    C  k  r,  <,  t  nCf  P  r        TELEPHONE:         T^Ta  -  1 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


ADDRESS :         P  O     RoX  40Q  


GENERAL:  r>C   pav/mj'  ,  Open  djraAf.  FfirWort 

r^mp\*\r  Q<  C/^llauJ.S   Thsinj  -  \OQ?a  )  Open  Gvadg — 

fV'ic-V^n  Canr.v  -  lOO^o  ;        ho,,  U  gr   \Al  i  A  p  n        —  /  Od/h  .  

I        s  o.y  fQUovA/.^  :  ^Sinpmj  8/^/^-5",  S hauler- — 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


2-2. 


CMS- 14 


DISTRICT:  /^/^Pol/a 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  Acfltf/s/. 


PROJECT  NO.:  /^'//^J  £~/fi-&)2f 
PRO  J.  NAME:  ^^/^x  /*//*' tfiti) 
LENGTH :  /£,  J?  Jf//*^ 

COUNTY :  d^Kd 
CONTRACT  TIME: 


CONTRACT  AMOUNT:     $  /  gj^g  *£t^L 2  £ 
CONTRACTOR:    ^V*^/^/?/*  A^t^T*/ 
FROM  (town):     A/^  Q  /.g/tts  ytfyf/ 

AWARD  DATE:   

DATE  WORK  STARTED:  *Zl4kj£jL 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ORDER  TO  PROCEED  DATE:  "7-3- 

%  COMPLETE:   Q  

%  TIME  USED:  

NO.  MEN  EMPLOYED:   

ACTUAL  COMPLETION  DATE: 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE 

■  *  

TELEPHONE 
ADDRESS: 


 /  

PROJECT  MANAGER:  ^/-y  Jf/>r--/r7 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


GENERAL: 


/^S/?*  /  ^S-//  '*77A1^£      /?SL3  & 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS- 14 


DISTRICT:  ^fj^yjg 


CONSTRUCTION  PROGRESS  REPORT 


PROJECT  NO. : 
PRO J.  NAME: 

LENGTH:   

COUNTY: 


FOR  THE  PERIOD  ENDING: 


CONTRACT  TIME:  4s6^uO, 


CONTRACT  AMOUNT:  $   

CONTRACTOR:  ^ 
FROM  (town): 
AWARD  DATE: 


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE:  S'-^fr-fX 

%  COMPLETE:   

%  TIME  USED:   <P^C£" 

NO.  MEN  EMPLOYED:  ~* 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT:  -y. 


/ 


ACTUAL  COMPLETION  DATE:  S>-f-f^ 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:       JT  y&s&^e,  TELEPHONE 

/  ADDRESS: 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


GENERAL: 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS- 14 


DISTRICT:     ^Ai.<vSO(i  1ol> 

CONSTRUCTION  PROGRESS  REPORT 

CONTRACT  AMOUNT:     $   jy  39^  SJlB^S^ 
CONTRACTOR:     Rp  K    PqW/O?  Co  , TnC 
FROM  (town):   <fa ^ pQ< ^17^0  h O 
AWARD  DATE:     J^ptl\    ZL^   \  Q  6£! 
DATE  WORK  STARTED:     J/jnf    Uy  1985" 
PROBABLE  COMPLETION  DATE:    Mfty  MRU 
NO.  DAYS  WORKED  PER  WEEK:  £~ 

NO.  SHIFTS  PER  DAY:   -3  

NO.  HOURS  PER  SHIFT:  g,  -Vo  ^ 

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:  A//A 

PROJECT  MANAGER:     j<    fkn^iny.r      TELEPHONE:       7SS  -S  7 1  1  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    J£)       ADDRESS:        P  Q     Rr^  4-QQ 

GENERAL :    P^.-f  gTF       -  I  £2) jT-  .SWVei  p^xl,^  »n  /?/We/T.  Pr^nA 

*F< n K <J       /amy  ^r^re'f  ^/ /for.  FEgj fli"  i — com  P\eAr  ,  

t?n^Vr»^  ;  Clfnr<ns,  l^rrHv  QrC — tQn^b  Cx*mfn\ete  Crasher 

ee^fe&fceal   in-Woc-lur.  C  Fly-zA-sh  tnVo  ~VKc.  p\an\  MtX 

^" /A.lfS    MftO^i  Plain  XUtA-H  

DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


FOR  THE  PERIOD  ENDING: 

RTF  *-*m)*o 

PROJECT  NO.:  f 

PROJ.  NAME:   *  <Srr  fo,,\r>ua  

LENGTH :  Q      19.^  ^.QM.l^S 

COUNTY :  >f)Qnr\p,rA   

CONTRACT  TIME:  Cjr,  \Al^iL^c.TX-^ 
ORDER  TO  PROCEED  DATE:   /flay  2^  i9ftS 

%  COMPLETE:  ^7)^  

%  TIME  USED:  6>OZ>  


NO.  MEN  EMPLOYED:       |g.  -Vo  g>Q 


CMS- 14 

t 

DISTRICT:  /ftSSC<st*  , 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      S  ~  3 /  -  cg^ 

PROJECT  NO. :  /£  .3*6  V  CONTRACT  AMOUNT:     %&3&&  Z8 

PROJ.  NAME:  tf,/.  /^/lls-  gj  £j£>  CONTRACTOR:  ~  ^f^fe  Cn^rT 

LENGTH:  "/ 3    S4/jL£<.   FROM  (town):  Ut*.  

COUNTY:  7A<£^0   AWARD  DATE:  ?-^Q~  <9  3  

CONTRACT  TIME:      /^Q        .       .  DATE  WORK  STARTED:       >g-/-  <g/ 

ORDER  TO  PROCEED  DATE:   /6-<f-  83  PROBABLE  COMPLETION  DATE:  SO^ffSS 

%  COMPLETE:   Z2.   N0-  DAYS  W0RKED  PER  mEK:  dL 

%  TIME  USED:  SOP   NO.  SHIFTS  PER  DAY:  /     ^ ^ 

NO.  MEN  EMPLOYED:  .    NO.  HOURS  PER  SHIFT:  /D  

ACTUAL  COMPLETION  DATE:   


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:  /V/U 

PROJECT  MANAGER:        P/k/?/9/.U£^  TELEPHONE:    387'  £6^0  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    j5*'x?   ADDRESS:       /?Q.   <3"6X  /S8  

GENERAL:  -  S  r*?77£-    /J  CI*/9aJ/a/6>  ^/ ^/fc^/^ 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914  J?  j( 


CMS-14 


DISTRICT:  Missoula 


CONSTRUCTION  PROGRESS  REPORT      J  l£  ''•'<  it  U  ti 


FOR  TRE  PERIOD  ENDING: 


PROJECT  NO.:     RS 548-1 (5)4  

PROJ.  NAME:     W.  Reserve  Dr.-N.  of  Kal. 

LENGTH:       1.7  miles  

COUNTY:  Flathead  

CONTRACT  TIME:      80  working  days 


CONTRACT  AMOUNT:  $1:249.367.36 
CONTRACTOR:      American  Asphalt.  Inc. 

FROM  (town):  Missoula  

AWARD  DATE:  9/28/84  


DATE  WORK  STARTED:  4/15/85 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:  85  

%  TIME  USED:  90  


10/22/84 


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 
NO.  SHIFTS  PER  DAY:  _l_ 
NO.  HOURS  PER  SHIFT:  10 


May  20,  1986 

 5  


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:     Gary  MUM    Marin  TELEPHONE:  755-5717  

ADDRESS :     5th  Ave.  NE  &  Montana 


NO. 


Gary  MBM  Marin 

OF  ENG.  PERSONNEL  EMPLOYED:  10 


P.O.  Box  400 


Kalispell,  Montana  59901 

GENERAL :      Curb  &  Gutter  Is  now  1007.  complete.    Select  Surf  Is  now  1007.  comple te . 

CBC  lln  Is  now  997.  complete.  Tops  oil  la  now  95Z  complete.  Bxc.  items  are  now 

100%  complete. — Plant  Mix  Surf  (paving)  is  now  90%  complete.  

Sidewalk  Is  now  507.  complete.  


DISTRIBUTION: 
3255-2914 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 
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CMS- 14 

DISTRICT:  MISSOULA 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       Q  -  Z7  -  &£~  


PROJECT  NO. 


PRO  J.  NAME:     MA/A\T . 

LENGTH:  ~  

COUNTY:  fLATHMC,  0tMU ,  llAlCciAf 
CONTRACT  TIME:        6  3    \N  D,  


CONTRACT  AMOUNT:     $  /        I  jLO .  Op 
CONTRACTOR:       pf/}}c  PAVlfiJt,  lA/C 
FROM  (town):     SMDPoiNT,  1/7. 
AWARD  DATE:  3  -//  -  &6~  


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:         j>Q  Jo 
%  TIME  USED:        &j  %> 
NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


3  -  AT 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      X  £Au3££e,  TELEPHONE: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:      2  ADDRESS: 


Po    Boy  Hoc 


ZAUSP£LL}  A>/T. 


GENERAL :   Co^TZACrolL  MO\t&)      CPuxHfP    TO  fainTHXR. 

fROlF.Cl  to  RiStuzaj  ro  i-iBR*  /?£>-/)    ^oczpilck  LArem 


OlAJt:y  STIC  ft.   (a/o.  CoMiLfiji?*     IA<T  LtPe&T.  

T.fAUS  4rk.Pt.  CA/e.L//jL3ir\ct>A,fiLhT£A   3:^  A.m.    6  zc 

W/rrt   RcYAQrys  CtosHtZA  j  £tAZ&M£a  AL<o.  


No  fouiUiSe  THIS  P££ion  oaj  tH/S  gg&aS&ZI 


CcmtilActca,  PlAa/s  ro   cgcK//  trt  T£ov  P/r 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT:  /<?f££^^ 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  -  Z-f-tg  y 


PROJECTNO.:      ££j£q£&lZa  DATE  SURVEY  AUTHORIZED:         2>/<ST  ^?  ^ 

PROJ.  NAME:     &Bj&t&tMSU  ^      DATE  WORK  STARTED:  g^ggagjg 

LENGTH:   C.i    /*r/^*r<  ESTIMATED  COMPLETION  DATE:  /o-3o 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:     z/*^  *.  TELEPHONE:  SJtS-ZtJZS*.  

NO.  PERSONNEL  ASSIGNED:  Cj>  %  COMPLETE:  9o  °£ 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:  AA.S^uIq^ 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     Au^^  2R  WftFf 

PROJECT  NO.:     ^   50R  -\(Z)l?  DATE  SURVEY  AUTHORIZED:  f/?/ft4L 

PROJ.  NAME:      VgQ  *  K™4       DATE  WORK  STARTED:  /J/W/fct 

^NGTH:      St    ESTIMATED  COMPLETION  DATE:  UuKtiQWl 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:     K    CkrHin^/»r  TELEPHONE:  7/ *7  

NO.  PERSONNEL  ASSIGNED:    %  COMPLETE:  <^-Q  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/ 22  IE 


Sheet  1  of  2 
DISTRICT:  Butte 


DISTRICT  DESIGN  PROGRESS  REPORT 


FOR  THE 

PERIOD  ENDING:  /ft 

% 

NEXT 

M-HRS 
USED  THIS 

EST 

MILE- 

n  r  n  a  n  t 

REPORT 

V 

A 

COMP 

PERIOD 

COMP 

DATE 

278-1 (4)0 
Jackson  Int.  West 

PMS  Overlay  & 

Widening  P.X.H. 

C  9 

M  $299 (4)  01 
Anaconda  Streets 

Overlay,  Grading  &  F~tA/ 
Drainage  Qps 

%s 

F  55-3(3)12  ,| 
Legion  Ave.  -  Whitehall 

Drainage                    p -r 

H 

r  I 

s 

/do 

F  85-1(2)0 

Jack  Rabbit  Lane 

PMS  Overlay,  Grading  & 
Widening  jOfcS 

o 

4A 

FR  8-4(9)99 
Three  Forks  No. 

PMS  Overlay  &             P  f  il 
Widening  r--*-/i 

SO 

F  69-1(2)10 
Boulder-Whitehall 

PMS  Overlay  &           P  ~T /J 
Widening                    ' " 

a& 

M  0299(4)  U2 
Anaconda  Streets 

Reconstr.,  Sidewalk,  /?-*-/ 
Curb,  Gutter  &  St.  Dr.  t*%H 

- — 

RS  283-1(1)0 
Harrison-Pony 

PMS  Overlay  &          />  -r  >U  1 
Widening                                    /&  X. 

r     4  37—  1        )  L. 

Dillon-North 

PMS  Overlay  &  , 
Widening                  r*  ^>'i~ 

F  46-3(1)42 

15  Mi.  NE  Wisdom  NE 

PMS  Overlay  &  w 
Slope  Flatten  r.'Z.n* 

5 

/O 

^97 

DISTRIBUTION:     CONSTRUCTION  BUREAU  -  Original 
DISTRICT  OFFICE  -  Yellow  Copy 

ORIGINATING  OFFICE  -  Yellow  Copy  ST301/DES103 


Sheet  2  of  2 


DISTRICT:  Butte 
DISTRICT  DESIGN  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING:   <3/j$<Q  <> 


M-HRS 

NEXT       USED  THIS  EST 

MILE-        REPORT  %  COMP 

PROJECT  NUMBER  &  NAME           DESCRIPTION                    STONE        PERIOD  COMP  DATE 


IR  15-2(51)117  PMS  Overlay  &  /V/V  ~  /V?r7 

Buxton  Int.  No.  &  East                    Guardrail  /)&S  /*/'(~J  ' &S 

IR  15-1(72)17  PMS  Overlay  &  z?-W  ft <  'A,  s 

Lima-Red  Rock  Guardrail  '  J*Tl  ^  ~>  /  &  6? 


IR  15-2(52)126  Fence  Rehab.  «m  i// 

Butte  Fence  "J*/*  O  / 


IR  90-5(47)240 
Whitehall  West 

PMS  Overlay  & 
Guardrail 

3, 

34 

IR  15-1(73)38 
Red  Rock  Int.  No. 

PMS  Overlay  & 
Guardrail 

~7 

vf 6/na/cm 


DISTRIBUTION:     CONSTRUCTION  BUREAU  -  Original 
DISTRICT  OFFICE  -  Yellow  Copy 

ORIGINATING  OFFICE  -  Yellow  Copy  ST301/DES103 

3/ 


CMS-14 


DISTRICT:  Butte  , 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  29  Aug  85  

I  ID  15-1(68)44 

PROJECT  NO.:      I  g  15-1(52)46  U3  CONTRACT  AMOUNT:     $      5,Q96,1 10.85 

PRO  J.  NAME:Arrastead  W2>.  Pipe  Organ  N&S  CONTRACTOR :  J .  J .  Vfelcone  Construction  Co. 

LENGTH:   7.1  Miles   FROM  (town):  fledncnj.  tfA  98C52 

COUNTY:  Beaverhead   AWARD  DATE:  2-8-85  

CONTRACT  TIME:  I8C  >.D   DATE  WORK  STARTED:  5-24-85  

ORDER  TO  PROCEED  DATE:        2-10-85  PROBABLE  COMPLETION  DATE:  June  86 

%  COMPLETE:   Jig   NO.  DAYS  WORKED  PER  WEEK:  6 

%  TIME  USED:   yjj   NO.  SHIFTS  PER  DAY:   1  

NO.  MEN  EMPLOYED:  %sl&   N0-  H0URS  PER  SHIFT:   10 

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:       Canrara   TELEPHONE:  6C3-62QQ  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:  P.C.  Boy  1342  

Dillon,  Montana  59r,25 

GENERAL :        Contractor  has  sub -grade  roughed  out  fro^  station  "9".  7?ft.  

Station  ^28  to  830  ±  50  la  finished  to  blufetrp.    nnnst-.iirrt-;  (  n  r.r  aaanp:  h&s 

14  scrapers.  '+  J9  cats,  2  D8  cats,  2  patrols,  2  wat.Rv  tmcka,  2  land  

levelers.  2  rollers,  2  ]  ackhoe,  2  front  end  lotisrs  sad  "1  crane*  There  

are  6  trucks  hauling  rock  fill  from  borrow  area,  right  of  station  575,  

anri  placing  the  rock  fill  between  station  .-^56  and  ^64.  G i ?■  i l .an  G o r St r UC. t i C n 

Coi-pany  is  crushing  iravsl  ,  running  two  shifts  an,j  stock  piling  (TflY^  QH  

the  rite.  Lop  Con.st  ruction  has  aU  major  vmrk  «oap3  at 9  i  nn  cnntn  hnun  i  

bridge  site  located  at  station  710  +  86.    They  will  begin  stripping  the  

bridge  Augugt  3C ,  1985  leaving,  or.!;,'  the  claan-up  .;>rk  left.  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS-H 


DISTRICT:  £?L>rT£ 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  X-^-tfS 


PROJECT  NO. 


A  /3~J(3)JZ4 


PRO  J.  NAME:     ^st&tfr+j  -  SqutH 
LENGTH :               y/.s"  M?. 
COUNTY:   AfaptSoAl 


CONTRACT  AMOUNT:  $  3;  int,; 3y£.  47 
CONTRACTOR:  J/Af  £yC  JZ5k 

FROM  (town):  /%,7-T/Z.   

AWARD  DATE:   //~3<?  -S'JS' 


CONTRACT  TIME: 


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE:   

%  COMPLETE:  /0O 

%  TIME  USED: 


9S- 


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE:      7-  3  -j>S~ 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:        jfeji  -g£ 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:    A<  5//t/y££/% 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


TELEPHONE: 
ADDRESS : 


X  y//Q 


GENERAL:     £j&SbL    £>s4T/l  /J/fJS   jVaT    /3k/=A/  //J  D/ST/?icr 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS-14 


DISTRICT:  Sgf^g 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:    fk^cj U i^h  £/j 


PROJECT  NO.  :  ifcff^ I  Cf )  g 

PRO  J.  NAME:  #AyAjaUs:  A-S,<1  J,u). 

LENGTH :  7    gh  l&  <  

COUNTY:       Ql&d.  <  3  CLA>!  

CONTRACT  TIME:     Sef1~  /, 


CONTRACT  AMOUNT:     $  c27^j  .  a o 

CONTRACTOR:  h^A<zh»Oa 
FROM  (town):    P//»,/i/s^    Wt  9^Sf 
AWARD  DATE:     Af>/£tl    g,  tfUUzi 


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  /£)£> 
%  TIME  USED: 


NO.  MEN  EMPLOYED:  — 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE:      ^-/?-  1fg 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  X  Q/L^oJ      TELEPHONE:  ^g^'So*?^-  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:  /9>cr£  // / Q   


GENERAL :  &  £sc££J2*  <2»mfh±i 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS-14 


DISTRICT:  Butte 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        29  August  85 
I  ID  15-1(68)44 

PROJECT  NO.:     T  in  15-U52U6  U3  CONTRACT  AMOUNT:  $5,996,110.85 

PROJ.  NAME:   Armstead  N&S.Pipe  Organ  N&S  CONTRACTOR:   J.J.  Welcome  Construction  Co., Inc. 

LENGTH:  7.1  Mil  PR   FROM  (town):        Redmond.  WA  98052 

C0UNTY:   Beaverhead   AWARD  DATE:  2-08-85  

CONTRACT  TIME:        1Rn  ^   DATE  WORK  STARTED:  5-24-85 

ORDER  TO  PROCEED  DATE:        ?-m-fi5  PROBABLE  COMPLETI 

%  COMPLETE:  38%  NO.  DAYS  WORKED  P 


%  TIME  USED:  44%   NO.  SHIFTS  PER  DAY: 

NO.  MEN  EMPLOYED:         -30-4 s   NO.  HOURS  PER  SHIFT 

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:       Caprara   TELEPHONE:  683-6290 


DATE: 

June  86 

WEEK: 

6 

1 

10 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:     j£_       ADDRESS:  P.O.  Box  1342  

 Dillon,  Montana  59725 


GENERAL :     Coni-rarr.or  has  sub-grade  roughed  out  from  station  595  to  728. 
Station  728  to  830+50  is  finished  to  bluetop.     Construction  Company  has 
14  scrapers.  4  D9  cats.  2  D8  cats.  2  patrols.  2  water  trucks,  2  land 
levelers.  2  rollers.  2  backhoe.  2  front  end  loaders  and  1  crane.  There 
are  6  trucks  hauling  rock  fill  from  borrow  area,  right  of  station  575. 


and  placing  the  rock  fill  between  station  456  and  464.  Gilman  Construction 
Company  is  crushing  gravel,  running  two  shifts  and  stock  piling  gravel  on 

the  site.  COP  Construction  has  all  major  work  completed  on  south  bound 

bridge  site  located  at  station  710+86.     They  will  begin  striping  the  

bridge  August  20.  1985  leaving  only  the  clean-up  work  left.  ' 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 

?5 


DISTRICT:  2130 


CONSTRUCTION  PROGRESS  REPORT 

FOR  THE  PERIOD  ENDING:  August.  29,  1985 

RTI  T5-1 (74)74 
RTF  29-1 (1 1 )57 

PROJECT  NO .  :  ^  g  5(46)256   CONTRACT  AMOUNT :     $  1  f  2U.f  151 .00  

PROJ.  NAME:  Apex-Glen.  Pi  estone  Pass     CONTRACTOR:        RjgaEaidB  Extracting,  Inc. 

(Jardwell  No.  -  Sappington  Jet. 
LENGTH :   ;,9,5  mtIpr   FROM  (town):       Plains,  Montana  

COUNTY :     |£%?hgft  jfeflggSon   AWARD  DATE:   April  3,  T98V 

CONTRACT  TIME:     N/A   DATE  WORK  STARTED:  ^^i^;/^^1"6^85 

ORDER  TO  PROCEED  DATE:  PROBABLE  COMPLETION  DATE: 


%  COMPLETE:  iqq£   NO.  DAYS  WORKED  PER  WEEK: 

%  TIME  USED:  N/A   NO.  SHIFTS  PER  DAY:   

NO.  MEN  EMPLOYED:      _2£   NO.  HOURS  PER  SHIFT:   


ACTUAL  COMPLETION  DATE:  Cardwell  -  8/7 /8S,  Pipestone  -  8/10/85,  Glen  -  8/27/85 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:  

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:        R.T.  Wilson  TELEPHONE:         ■  L9L-122L 


NO.  OF  ENG.  PERSONNEL  EMPLOYED:     _j_       ADDRESS:  Box  3068 


Butte f  Montana 


GENERAL:   

Cardwell  No.  -  Sappington  Jet.  -  Sea]  and  cover  operations  began  on  August  3 

and  was  nnmpl  eted  on  August.  lt }   1985,   Rrooming  and  striping  of  roadway  was  

completed  nn  August.  7,  T985.  


Pipestone  Pass  North  £  Smith  -  S<»a1    and  r.ovRr  operations  began  on  August.  6  

and  was  completed  on  August  9,   1985T   Brooming  and  striping  was  completed  on  

August,  10,  1985.  

Glen  -  Apex    -    Seal  and  cover  operations  began  on  August  22  and  was  completed 
August.  1985,   Brooming  and  striping  of  roadway  was  completed  on  August.  27,  1985. 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221F 


34 


CMS-14 


DISTRICT: 


(Euite- 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  2x£ 


PROJECT  NO.:    X'16  /g-2_fes) /lo  CONTRACT  AMOUNT:     $  <£;  O         /  £  S">  £4 

PROJ.  NAME:  ~  (Vorfh  CONTRACTOR:      <Sle.1te»    Co^si?  actio* 

LENGTH:       3,  8     M'lUs.   FROM  (town):      <~ir&at    Fa  I  k  y  Mf 

COUNTY:      Siloer    CBouO   AWARD  DATE:   J  ~&£z££l 

CONTRACT  TIME:       /SO      U*.  P.  DATE  WORK  STARTED:  8-/9-82* 


ORDER  TO  PROCEED  DATE:     g-Z-^-85"         PROBABLE  COMPLETION  DATE:  ll-l-QL 

%  COMPLETE:  /  %   NO.  DAYS  WORKED  PER  WEEK:  £T 

%  TIME  USED:  5  Vo   NO.  SHIFTS  PER  DAY:   I  


NO.  MEN  EMPLOYED:         f  6>  NO.  HOURS  PER  SHIFT:       8  AocoKS 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER :     ^e±tle^  TELEPHONE :         -4-  94- " 


NO.  OF  ENG.  PERSONNEL  EMPLOYED:     JO_       ADDRESS:  V.Q.    3a)L  ZoL& 

GENERAL :       ^ZZz2^UC2^    ,5~7^7^/  tU&JlA    <^/e*^/W^  f' 

 f^s-ssiji    Sa^^^T^  /S  <zr<s,s~7-7;z>/&7& . 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT:       2130  Butte 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  8-29-85 


CONTRACT  AMOUNT:  $ 


PROJECT  NO.:    I-IG-15-2  (55)130 
PRO J.  NAME:    Butte  -  North  (structure)    CONTRACTOR:    Sletten  Const.  Co, 

  FROM  (town) :    Great  Falls,  Montana 


LENGTH: 


0.042  miles 


COUNTY:    Silver  Bow 


AWARD  DATE: 


CONTRACT  TIME: 


DATE  WORK  STARTED:  8-27-85 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   

%  TIME  USED:   


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE:    August  1986  (structure) 

NO.  DAYS  WORKED  PER  WEEK:   

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:     Robert  Gilman  TELEPHONE: 

1  ADDRESS: 


494-5894 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


Butte ,Mon tana 


GENERAL :      The  contractor  has  completed  structural  lay  out  of  Bents  No.  1 
thru  No.  5  ,  excavation  of  Bent  No.  1  footings,  and  is  excavating  Bent  No.  3 
footings. 

Percentages  complete "are  as  follows:    Bridge  Survey  Control  15%, 
and  Structure  Excavation  25^» 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 

3$ 


CMS-14 


DISTRICT:  SLLjflrBuilfl 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      August  29.  19tib 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH: 
COUNTY: 


1=15=3  <M)  ISO  "2 
Bernice  -  Basin 

0.05  Miles  

Jefl,eraon  


CONTRACT  TIME: 


120  working  dnys 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   

%  TIME  USED:  §q  

NO.  MEN  EMPLOYED:  ? 


5-29-84 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:  $  665,081.48 
CONTRACTOR:      Cod  Oonstr.  Co. 


FROM  (town):  Billings.  Kont. 
AWARD  DATE:      April  29f  1984 


DATE  WORK  STARTED:    .T„„p  ()  1QflA 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


August  1985 

_J  

__1  


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      Harold  A.  Wi^h*  TELEPHONE: 

ADDRESS : 


Harold  A.  Wiebe 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  g 


22V- 5962 


P.O.  Box  118 


Basin,  Mont, 


59051 


GENERAL : 


 Placed  concrete  for  Barrier  Rail  and  finishing  concrete 

for  N.B.  and  S.B.  Structures  at  Bernice  and  Basin  Interchange. 

Some  minor  concrete  finishing  left.  


All  Items  are  186%  complete  except  for  BP  concrete  which  is  99% 


Complete. 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS-14 


DISTRICT: 


«Xtl  2130 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      August  29,  1985 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH:  _ 
COUNTY: 


1-15-3  (42)  150  U-3 

Bernice-Basln  

6.9  Miles  

Jefferson 


$  13,569,729.92 


CONTRACT  AMOUNT 
CONTRACTOR:  Sis 
FROM  (town) 

AWARD  DATE:  4-10-84 


Great  Falls,  Mont. 


CONTRACT  TIME:      280  Working  Days 


ORDER  TO  PROCEED  DATE:  5-26-84 

%  COMPLETE:   68  

%  TIME  USED:  69 


NO.  MEN  EMPLOYED: 


70 


DATE  WORK  STARTED: 


NO.  SHIFTS  PER  DAY: 
NO.  HOURS  PER  SHIFT 


5-29-84 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      William  G.  Bork  TELEPHONE: 

ADDRESS : 


DATE: 

#-l-8^» 

WEEK: 

5 

1 

9 

William  G.  Bork 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  18 


225-3962 


Basin,  Mont. 


lox  118 


GENERAL:  Blattnar  flniahing  dirt  in  several  different  Areas. 

 Sletten  paving  &  Graveling  in  several  different  Areas. 

 Fiahar  crushing  in  Carlson  pit.  

 O'Neill  putting  in  pipe  where  needed  ■  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT:     21  gQ  -  Bntt.w 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       August  29f  1985 


PROJECT  NO.  : 
PRO J.  NAME: 

LENGTH:   

COUNTY: 


Bernice  -  Basin 

Q.51-?  miles  

Jefferson   


CONTRACT  AMOUNT:  $  2f700f000P00 
CONTRACTOR:     Sletten  Constr.  Go. 


CONTRACT  TIME:       280  working  days 


ORDER  TO  PROCEED  DATE:  5-28-84 


%  COMPLETE: 
%  TIME  USED: 


J22 


NO.  MEN  EMPLOYED: 


33_ 


FROM  (town):   Great  Falls,  ;/ont. 

AWARD  DATE:     April  29.  1984  

DATE  WORK  STARTED:     May  2$,  Ip84 
PROBABLE  COMPLETION  DATE:  Nov. 

NO.  DAYS  WORKED  PER  WEEK:  _^  

NO.  SHIFTS  PER  DAY:   i  

NO.  HOURS  PER  SHIFT:   y  


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER: 
NO.  OF  ENG 


Harold  A.  Wi  aha 
PERSONNEL  EMPLOYED:  g 


TELEPHONE : 
ADDRESS: 


225- ^2 


P.O.  Box  ns 


Basin,  Mont.  59651 


"STRUCTURES" 

GENERAL:     Structure  at  Station  1083+51.60:  Set  gjM  M»-  3  Try  I  (35-fl)  trm- 
stressed  Beaws,,  They  alio,  formed,  placed        tied  Reinforcing;  SfoemJ 
Concrete  for  Beat  Mo.  L  BacWall..  Structure  at  Station  1 093+7 ti>flQiFnrn>i1 
plaeed  and  tied  Reinforcing  Steel  and  Claaa  IB  Concrete  for  Barrier*.  They 

also,  stripping  and  finishing  Barrier*,  base  of  deck  and  oTerhangma  Dual  

Structure  at  Station  11 1»»25. 50; Placed  Abutment  Mo.  3  (MB)  Seal  Concrete. 
Tke  contractor  also,  finished  forming .placing  and  tying  Reinforcing  Steel 
and  Claos  AD  Concrete  for  Abutment  Ho.  3  (NB)  Retaining  Wall,  Abutment  Wall 
and  Crossbeam.  The»  also,  removed  Abutment  Mo.  3  (MB)  Shoring  and  Cribs  thep 
set  Span  Mo.  2  (MB)  Type  IV  (4»-0)  Prestresscd  Beamo0    Duel  Structure  at  Sta. 
HffS+^a.QQ;  formed, placed  and  tied  Reinforcing  Steel  for  north  and  southbound 
Barriers,  Also,  doing  stripping  and  finish  work  on  Barriers,  base  of  deck  and 
overhangs. 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


CMS-14 


DISTRICT:  2130-luttc 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      August  jg&lflfe 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH:  _ 
COUNTY: 


115-3(12)156  U-3 
Bernice  -  Basin 
0.35  Miles  


Jefferson 


CONTRACT  TIME:       281  working  days 


CONTRACT  AMOUNT:     $  2,700,000.00 
CONTRACTOR:      Sletton  Construction  Co. 
FROM  (town):     Great  Tall*.  Montana 
AWARD  DATE:      April  29.  1J&  


DATE  WORK  STARTED:      May  23.  19& 


ORDER  TO  PROCEED  DATE:  5-28-85 

%  COMPLETE:   J2  

%  TIME  USED:   £f  

NO.  MEN  EMPLOYED:  33  


PROBABLE  COMPLETION  DATE:  Not.  1985 
NO.  DAYS  WORKED  PER  WEEK:  5 

NO.  SHIFTS  PER  DAY:   1 

HOURS  PER  SHIFT:  * 


NO 


ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:       Harold  A.  Wiebe         TELEPHONE:  _ 

ADDRESS: 


Harold  A.  Wiebe 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  J_ 


225-3962 


P.O.  Box  1t8 


Basin.  Mt.  59631 


GENERAL:     Percent  of  items  complete  are  as  follows: St rue  tmra  KxcaTation  Type 
I  81$: Structure  SxcaTation  Ty»e  II  9t$;HPUx73  Pila  furnish  92S:WUx73  Pile 
DriTe  92$;2e»O.D.  x  iw  Piae  Pile  Furnish  91$:  2f»0.D.  x£"  Piae  file  DrUe  90$; 
Reinforcing  Steel  86$: Reinforcing  Stcel-Eaoxy  Coated  75$; Class  aD  88$;  Concrete 
Class  BP  76$;  Prestrcssed  Beans  Type  IV  1051  70$;Prestri»88ca  Beams  Type  I  50' 

50$:Prestres8ed  Be ana  Tyae  135'  75$;Structural  Steel  78$:Vcrk  Bridge  80$;  

Bridge  Survey  Control*  86$;ProtectiTe  Coat  80$.  All  items  that  *re  not  liltea 
are  100$  complete «,   


2. 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT:  B»rr£ 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      /?u6<,st  30.  iffr 


PROJECT  NO 
PRO J.  NAME 
LENGTH:  _ 
COUNTY: 


-r-  _  3  T45/'4£ 


CONTRACT  AMOUNT:  $  (_ y  33/  g>S/.  gf- 
CONTRACTOR:     J4^?js//,*s6  7~<3+'  d^>+sjr.  <Tc?. 

FROM  (town):  /^7,sS<i^^^  

AWARD  DATE: 


CONTRACT  TIME: 


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  _ 
%  TIME  USED:  Co 


NO.  MEN  EMPLOYED: 


/oo 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE:  ______ 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:       <T.  J,  /___  TELEPHONE:  _____ 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:     ll        ADDRESS:      p.a .  S_  *  JaCf  _ 


___t 


_ 


GENERAL:  ^1^///^ 


£0  T__ 


_^_t_J 


___ 


.-•A'/   .  ___    __  _{&>t 

__£  _!.&&&—¥£.   ££—£.  7z  "7<2f2     ZE  "?J-rZ  .  <5e- 


7-0 


Czt-fso  _  ___*  ^JJ-^ro- 


__ 


o'er  st> 


■  _  £gc£j_  £&_ 


_£ 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221F 

?3 


DISTRICT:    2130  ^tte 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING m  8-29-85 


PROJECT  NO.:     1-15-3  (43)  143  CONTRACT  AMOUNT:     $    16,331,851.22  (prime) 

PROJ.  NAME:  Elk  Park  North  (structures)  CONTRACTOR:  Washington  Const.  Co.  (prime) 

.  Cod  Const.  Co.  I sub  contractor) 
LENGTH:  0.Q15  Miles   FROM  (town):    Billings.  Montana  

COUNTY:  Jefferson  AWARD  DATE:  7-6-84  


CONTRACT  TIME:       280  working  days  DATE  WORK  STARTED:      8-23-84  (structures) 

ORDER  TO  PROCEED  DATE:      7-30-84  PROBABLE  COMPLETION  DATE:  Sept.  1985  (structures) 

%  COMPLETE:    NO.  DAYS  WORKED  PER  WEEK:   

%  TIME  USED:    NO.  SHIFTS  PER  DAY:   

NO.  MEN  EMPLOYED:  NO.  HOURS  PER  SHIFT:   


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:     Robert  Gilman  TELEPHONE:  494-5894 


NO.  OF  ENG.  PERSONNEL  EMPLOYED:    _3_       ADDRESS:   Butte,  Montana 


GENERAL: 


All  work  on  the  structures  is  complete    except  for  some  minor 


concrete  finishing  and  cleanup. 


All  structural  items  are  100JC  complete. 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


CMS-14 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  /?  -  J.<? -<fS 


PROJECT  NO.  :  £9)SO 
PRO  J.  NAME:  a/a.  ^£ 

LENGTH:   y^//, 

COUNTY:   /£&£t£&±  

CONTRACT  TIME:  J?Q  MP. 


ORDER  TO  PROCEED  DATE:  S-JS-S'S' 

%  COMPLETE:   

%  TIME  USED:   


33- 


NO.  MEN  EMPLOYED: 


CONTRACT  AMOUNT:     %^3^7J/,  6>Q 
CONTRACTOR:    Jr,  A.  <5?AteT. 
FROM  (town):      /^A^lz ;  AfT. 
AWARD  DATE:   3 


DATE  WORK  STARTED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:     ^^/Sgg/Px?   TELEPHONE: 

ADDRESS : 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


GENERAL:  SZ/jr^^rseA/  TAA/ef     JS    /%fa/£>,*£ . 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT:      21 30 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     August  29 f  1985 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH:  _ 
COUNTY: 


:     P.TF-HES  29-1(12)43 

Twin  Bridges  Nnrth 

 6.5  Mil  PS,  

Madison 


CONTRACT  AMOUNT:     $  932,804.55 


CONTRACTOR: 


Glenn  Rehbein  Excavating,  Inc. 


CONTRACT  TIME:       70  days 


FROM  (town):  Lino  LalflMg  Minnesota 
AWARD  DATE:       Mav  1f  19ft 5 


DATE  WORK  STARTED:      August  6.  1985 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE: 

%  TIME  USED:  26% 


July  8,  1985 


NO.  MEN  EMPLOYED:  15 
ACTUAL  COMPLETION  DATE: 


PROBABLE  COMPLETION  DATE:  June  1986 
NO.  DAYS  WORKED  PER  WEEK:  q 

NO.  SHIFTS  PER  DAY:  1  

HOURS  PER  SHIFT:  a 


NO 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  R.T.  Wilson 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


TELEPHONE: 
ADDRESS : 


Rnv  3DA8 


Butte,  Montana 


GENERAL:     Hauling  from  borrow  area  to  various  fin  slnp»,  Hnntr^t.nr- 


ning 


and  replacing  top  soil.  Laying  necessary  drain  eu3 vert*,  si npjpg  previously 
maintenance-widened,  fill  slopes.  Cutting  dignnt.                h*.  r»m"ved.  Crusher 
began  arriving  on  project  August.  27,  1Q85,  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


CMS-14 


DISTRICT:  fiurrZ 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  /P-^-JLT 


PROJECT  NO.:  46 6  8 

PRO  J.  NAME:  ^ 

LENGTH :   3   

COUNTY :   £&ti&&J£AH 

CONTRACT  TIME:   ^  M£>. 


CONTRACT  AMOUNT: 
CONTRACTOR:   A, A.  <5»jJ s~rx, ^TJO* 


FROM  (town):  ^t2SJ^ 
AWARD  DATE: 


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE:  ^-y^.  -<F£~ 

%  COMPLETE:   /&<Q  

%  TIME  USED:   £/  

NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE:  7-^^-3^ 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER ^  j&?o£:LL-  TELEPHONE:  3*3*1 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:  /&x  V£ 


GENERAL:    /ys/s?/,  2^hz4  J/as  a/oT  jSE£At  /f^/^/^/D  ///  D/s-fQCT 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS-14 


DISTRICT: 


Z/3  O 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     /fUy„  qT   ^  ?  /9r^ 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH: 
COUNTY: 


CONTRACT  AMOUNT: 


A 


~  jgr/yyg  CONTRACTOR 


FROM  (town):  A*r  

AWARD  DATE:   ?<T 


CONTRACT  TIME:        £Q  &gjrjktejL 
ORDER  TO  PROCEED  DATE:        f-  f^Ul 

%  COMPLETE:   f£_  

%  TIME  USED: 


DATE  WORK  STARTED: 


*7 


NO.  MEN  EMPLOYED: 


ZO 


PROBABLE  COMPLETION  DATE:  /6  -at  -  r j- 
NO.  DAYS  WORKED  PER  WEEK:  -<T 

NO.  SHIFTS  PER  DAY:   /  

NO.  HOURS  PER  SHIFT:  /Q 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      X  Bnc/ts^n  TELEPHONE: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS: 


GENERAL :      /3jf<>„     3^mf    'J—  2  "  t  C   f  /'7^</    a*  Zz2±$£L 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 

is 


CMS-14 


DISTRICT:  /?vrTB 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 


PROJECT  NO.  :  yf/yr  ^t>~/  W)D 

PRO  J.  NAME:  lV.   y£LlJ>uJSTOAlE  -  a/d. 

LENGTH:   

COUNTY: 


CONTRACT  AMOUNT:     $  /76;  WV,  Q  O 
CONTRACTOR:    &  y£S>Ss/?J£  <5)*JTfiACTJ/46 
FROM  (town):   /^Ws,  Sfr.  *3y<?J>9 
AWARD  DATE:   ^-3  -£&  


CONTRACT  TIME: 


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   ygp 

%  TIME  USED:   


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE:  7-/9-XS 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  dZfcS&sj 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


TELEPHONE : 
ADDRESS: 


P.O.  Box  /no 


GENERAL :  AoJe^T    TTsP  To  .'  Rr/=   / 3 -J         ^  KT1   yjT- /  f  7 7 V, 


DISTRIBUTION: 
3255-2914 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  ^/'ZO/g^ 


PROJECT  NO.:    F  jjgg  G7>  </) 
PROJ.  NAME:    GA/(  ATfJQ  fiJWM)  PjOAD 

LENGTH :  MiLGS  

COUNTY:  GALLATIN  

CONTRACT  TIME:  \jQ.Q.  

ORDER  TO  PROCEED  DATE:  4/l6/%g' 

%  COMPLETE:   ?  

%  TIME  USED:  9ft  

NO.  MEN  EMPLOYED: 


CONTRACT  AMOUNT:     $  lfZ^5l?3.Z^ 
CONTRACTOR  :     BflLTflUXCti  dOVST.  £<?  . 
FROM  (town):  H/lugg 
AWARD  DATE: 


??//'/gr 


DATE  WORK  STARTED:  g'fz.o/lt.C' 


PROBABLE  COMPLETION  DATE:  fr/Vr/V^ 

NO.  DAYS  WORKED  PER  WEEK:   

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:     ^/SlWLBfc  TELEPHONE:  -  "Z- 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    _3_  ADDRESS: 


SOX  ///O 


GENERAL: 


CouetL  gse/it.  poms  ao*?pLErec> 

ST/2,1  P/o^  C.o<*OPL  fT tUD  Z/-ZZ/2b 


/jPO  ^lOAJT^^t  T/MZ  jj^L^L   AJcTT  ft£  /iSS/TSSm  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


CMS-14 


DISTRICT:  BvrTZ. 


CONSTRUCTION  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING: 


PROJECT  NO.  :  firff  ^9-/(5)  J 
PRO  J.  NAME:    £L.yDJE   /2&?K  So, 

LENGTH:   

COUNTY: 


CONTRACT  TIME: 


ORDER  TO  PROCEED  DATE:  g-J?-r?3 

%  COMPLETE:   S<fl£>  

%  TIME  USED: 

NO.  MEN  EMPLOYED: 


CONTRACT  AMOUNT:  $  3;  ?47j  ?jS~4>  .  VjT 
CONTRACTOR:  ExC,  


FROM  (town):  &vttj£j 

AWARD  DATE:   7-S/-&3 


DATE  WORK  STARTED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE:    <£  -^-z&T 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      ^.j^  TELEPHONE: 

ADDRESS: 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


K.  1112. 


GENERAL:  /sJSS&CTSO/s/   £  /4<Z<z/5S>-rs4*<£/E    /S  >4^Vg 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT:      jr  / ?Q 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 


PROJECT  NO.:     ^,^-yr)i?7  CONTRACT  AMOUNT:     $  ^&<£,c?0 

PRO  J.  NAME:  ^jul  jSUs&OUS  CONTRACTOR:         ^tzuU'J  <^^f  ^rt 

LENGTH :    FROM  (town):  s 

COUNTY :  /Z*?^^rjjJ   AWARD  DATE:  dA^L    ^  £g&£ 

CONTRACT  TIME:      Sk*T  /-?    /^r  DATE  WORK  STARTED:  t3-  >9#<r 

ORDER  TO  PROCEED  DATE:    jj^/y  />f  PROBABLE  COMPLETION  DATE:     Aun^f  ysr  ^g 

%  COMPLETE:    NO.  DAYS  WORKED  PER  WEEK:  J. 

%  TIME  USED:  xy/^p   NO.  SHIFTS  PER  DAY:   / 

NO.  MEN  EMPLOYED:  3»  NO.  HOURS  PER  SHIFT:  A 


ACTUAL  COMPLETION  DATE:    /^L,        /va'  <f 

DATE  CERTIFIED  COMPLETE  BY  &l STRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      ^qq^qj^  TELEPHONE:  jggfejj&tfe^ 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:     J_       ADDRESS:  „>a 


GENERAL :   ^  ^^rf 

 l&  &S££ZA23mjq.  -  .  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


CMS- U 

DISTRICT: 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       /?ue}dSr    Z1  /fs^ 

PROJECT  NO.:      re- ro  ■  sZggl&t* 
PRO  J.  NAME:  I,.// -~ 

LENGTH :  9.Zo<^  Al./,^  

COUNTY :  L-f^r,^  

CONTRACT  TIME:  /zo  z?^, 
ORDER  TO  PROCEED  DATE:  7-9-?? 

%  COMPLETE:   f9_  

%  TIME  USED:  

NO.  MEN  EMPLOYED:   Q 

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:     J'.f^c/c  TELEPHONE:  </9S-S^ 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS: 


CONTRACT  AMOUNT:     $    V£  7<?  r/y,  /yS* 
CONTRACTOR:      MA*  *.r  ^ 
FROM  (town):      &^aT  ^ //e     ^  ^ 

AWARD  DATE:  ^  -r-ff-^  

DATE  WORK  STARTED:  7-^  - 


NO.  SHIFTS  PER  DAY: 
NO.  HOURS  PER  SHIFT: 


DATE: 

WEEK: 

o 

GENERAL:         S'                c^z  &j££JJL     Z*MM  <s 
 -Sted/sry  4?  '//  ^^/^(Z    otter  A£\  '  9  <r<S~~. 


DISTRIBUTION: 
3255-2914 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CMS-14 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  g-  Jtf-gS 


PROJECT  NO.:  JTsZ  90-^(^)237 
PRO  J .  NAME :  £s9jej*i£LL 

LENGTH :   yt  *  />//,  

COUNTY:   iy^^gp-5^v/ 

CONTRACT  TIME:   7jT  AfD. 


ORDER  TO  PROCEED  DATE:  -£5~ 

%  COMPLETE:  

%  TIME  USED: 
NO.  MEN  EMPLOYED: 


CONTRACT  AMOUNT:     $  /;  93X,  9t>7.  SS 
CONTRACTOR:  /j,l£>£  GiMST.  (^.jSAlC 


FROM  (town):  g#E/}T  /rtLLS j  Afo 
AWARD  DATE:   SJZ-/4-^4 


DATE  WORK  STARTED:   

PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE:  Zr^fcdsgT 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  U&r/t  S5?&A:3i>Aj  TELEPHONE: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS: 


GENERAL: 


DISTRIBUTION: 
3255-2914 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 


US 


PROJECT  NO. 
PRO J.  NAME: 

LENGTH:   

COUNTY: 


CONTRACT  AMOUNT: 

CONTRACTOR:   

FROM  (town):   

AWARD  DATE:  ' 


(-/"IAS 


CONTRACT  TIME: 


4^ 


DATE  WORK  STARTED: 

ORDER  TO  PROCEED  DATE:    A^jjl  /£.  /^rTPROBABLE  COMPLETION  DATE:'  /Asc'S-fj?/,  /<fSS 

%  COMPLETE:   NO.  DAYS  WORKED  PER  WEEK:  j» 

%  TIME  USED:   #2.  NO.  SHIFTS  PER  DAY: 

NO.  HOURS  PER  SHIFT: 


NO.  MEN  EMPLOYED: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE: 

PROJECT  MANAGER:  TELEPHONE 

ADDRESS : 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


GENERAL: 


2 


T 


5*- 


r- 

J 


DISTRIBUTION: 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


Sir 


DISTRICT:  fj(J~7~Tj£ 


CONSTRUCTION  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING: 


PROJECT  NO.  :     T-  3<*7  CONTRACT  AMOUNT:     $         / 2>Of  £>42*0O 

PRO  J.  NAME:    <^.ylL-  W^J-  CONTRACTOR:      jtJsU  CrnJ. 

LENGTH:    FROM  (town):     fc^~„  J-  JL  

COUNTY:    AWARD  DATE:      Ag.  /   J 9% ST 

CONTRACT  TIME:       Jl^fi    fej&£    ZyS  DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE:  26 -/Wr  PROBABLE  COMPLETION  DATE: 

%  COMPLETE:     ^  NO.  DAYS  WORKED  PER  WEEK: 

%  TIME  USED:     NO.  SHIFTS  PER  DAY:   

NO.  MEN  EMPLOYED:  •   NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:     <C,  A.  ^ TELEPHONE:        2ZZ-  $/<?7  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:         J)  ZZ  \a/*<,J- 


GENERAL: 


after 

 ef  (Past 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  ^l^J-.    I  /9&S~ 


PROJECT  NO.:     T^g-  gg;  7 

PRO  J.  NAME:  M.<^  ZSJadLte&tiL 


LENGTH: 
COUNTY: 

CONTRACT  TIME:        2  U,k  dp 

ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   

%  TIME  USED:   - 


CONTRACT  AMOUNT:     $   /Z  /20 
CONTRACTOR:      //, /Js     C^J  4. 

FROM  (town):     (5rca^  /ZA  

AWARD  DATE:     duj-  /"  £2M 


DATE  WORK  START 


'MAj.  L  L2L  °^  

ED:  


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:    , 

TELEPHONE 
ADDRESS: 


PROJECT  MANAGER:  J-/„ 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  g-L, 


J  JUL  -  <?I1<) 


GENERAL: 


/;zz  u4c/ 


Ur 


*/gr'  ft~\  *T    CLSHT*-tcJ~-   turn  L  ^A/^rc/( 

LtL  JLi  *hc~JSj,;  l.  y  ^  f/  /Hp  , 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


CMS-14 


DISTRICT:  ^UTTE- 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  g-  -£5 

PROJECT  NO.:   /?S  J7S-/(3)V3  CONTRACT  AMOUNT:     $  /J£-£,5,&*7.3Q 

PROJ.  NAME:  JfickJOX -*/i>KT*4  CONTRACTOR:  /fe^BlUH   Exc ,  T*C. 

LENGTH :   ?.  3    Af/.   FROM  (town)  :  ^£  /,/>££Sy  SSssss/. 

COUNTY:   ^kvr&ZMEAD  AWARD  DATE:   >V  -J-£,  -#jS~ 

CONTRACT  TIME:   MP,  DATE  WORK  STARTED:  5 -2#-#S 

ORDER  TO  PROCEED  DATE:   JT-JZ^-^jST  PROBABLE  COMPLETIOJ 

%  COMPLETE:   NO.  DAYS  WORKED  PEI 

%  TIME  USED:    £0  NO.  SHIFTS  PER  DAY: 


NO.  MEN  EMPLOYED:   NO.  HOURS  PER  SHIFT: 

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER :  ^ZfrM   j£&J=LL  TELEPHONE:  ^3^13^ 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:      g_       ADDRESS:  /?#x  V<£ 


DATE: 

WEEK: 

8 

GENERAL:     <£&?/^Z    (SSSS^uBXSi^S.  ^A/£> 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS- 14 


DISTRICT:  Sufth 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  ft-2L9-fe.£~ 


PROJECT  NO. 


PRO  J.  NAME:     Easf    P&rlt  <St'Bl/1tl 

LENGTH:     £>.  M'ile.%  

COUNTY:       *£ilue.V  3i 


CONTRACT  TIME: 


*7S  UJ.Z). 


CONTRACT  AMOUNT:     $  &oS,£l4.Sb 
CONTRACTOR :     jj/m    GailmAn  Ev.c.jThn . 
FROM  (town):    CBuife.  .  Motifen^ 

AWARD  DATE:  /P-3/-g>4-  

DATE  WORK  STARTED:       //-  /9-g4 


ORDER  TO  PROCEED  DATE:  <~I£>-2>S 

%  COMPLETE:  99  %  

%  TIME  USED:  ^  8  %  

NO.  MEN  EMPLOYED:  O 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


/0-25-  g£" 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE:  C'ZO-BS 

PROJECT  MANAGER:  ^Ecftle,  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  3 


TELEPHONE : 
ADDRESS: 


'P.D.    HolL  3oL><2> 


GENERAL 


17 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT:  fii/TTt. 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:    S^-^J.  ^ 


PROJECT  NO.:  Jg&fcJUL 
PRO  J.  NAME:    /77*„J..  ^kt^llss 


LENGTH: 
COUNTY: 


CONTRACT  AMOUNT:     $  4-70>0D 
CONTRACTOR:     \a/^-J-  VaJ/y    CshsJ:  /I 

FROM  (town):  rfrtAcsnJ^  

AWARD  DATE:  3-/J-^SS"  


CONTRACT  TIME:  /  4-6.  Ou<   DATE  WORK  STARTED:  ?S  & 


ORDER  TO  PROCEED  DATE:  J3-JL$r-$S 
%  COMPLETE: 

%  TIME  USED:  ^/  % 


NO.  MEN  EMPLOYED:      £~  27  & 


PROBABLE  COMPLETION  DATE:  /0-3O~%S~ 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   J_ 

NO.  HOURS  PER  SHIFT: 


r  is   I ' 


ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  ^  S";  J- TELEPHONE:  JtJtZ 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


TELEPHONE : 
ADDRESS : 


J/22.     \aAz  <  /  /^/ 
GENERAL:       \/J<SsJ-     V^IL.y  ^fUjli**     a/-  ~X&LcLeL*j£*l 

mjcl  <*M*r-    3&*dJL  Qj&AbKA    >«  aJ.  *±  V 


1? 


CM.  rJ/1 


 £  CdU&c  Out, 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/ 22 IF 


CMS- 14 


DISTRICT:      BUTTE  2130 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  8-28-85  

PROJECT  NO.:   M  5809  (3)&M  5809(4)        CONTRACT  AMOUNT:     $  231,694.50 

PROJ.  NAME:     Mont.  Ave.&Custer  Ave .  CONTRACTOR :  Maronick  Const.  Co.  Inc. 

LENGTH:      0.3  Miles   FROM  (town):       East  Helena,  Mont. 

COUNTY:    Lewls  and  Clark   AWARD  DATE:      July  27,  1984  

CONTRACT  TIME:      30  working  days         DATE  WORK  STARTED:     Sept.   17,  1984 
ORDER  TO  PROCEED  DATE:  Aug.   27,    1984  PROBABLE  COMPLETION  DATE:     July  10,  1985 

%  COMPLETE:  100   NO.  DAYS  WORKED  PER  WEEK:  "  

%  TIME  USED:        100   NO.  SHIFTS  PER  DAY:  

NO.  MEN  EMPLOYED:      _   NO.  HOURS  PER  SHIFT:   -  

ACTUAL  COMPLETION  DATE:    July   12,  1985 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:    July   16,  1985 
EFFECTIVE  OPENING  DATE:  

PROJECT  MANAGER:     A.  G.  Reather  TELEPHONE:  444-6326  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:     10_       ADDRESS:        2701  Prospect  Ave. 

Helena,  Mt . 


GENERAL:      A  one  man  team  working  on  final  data.     Final  estimate 
and  quantities  to  be  submitted  by  September  15,  1985.  


* 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS-1A 


DISTRICT:        Butte  2130 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  8-28-85  

PROJECT  NO.:     M5815m   CONTRACT  AMOUNT:     $  1,606,403.09 

PRO  J.  NAME:      Cruse  Avenue   CONTRACTOR:     Maronick  Construction  Co.,  Inc. 

LENGTH:  0.3  Miles   FROM  (town):  East  Helena,  Montana 

COUNTY:  Lewis  and  Clark   AWARD  DATE:     September  28.  1984  

CONTRACT  TIME:      100  working  Days  DATE  WORK  STARTED:      January  16,  1984 

ORDER  TO  PROCEED  DATE:  4-15-85   PROBABLE  COMPLETION  DATE:     September  30,  1985 

%  COMPLETE:  78   NO.  DAYS  WORKED  PER  WEEK:  5  

%  TIME  USED:        87   NO.  SHIFTS  PER  DAY:  1  

NO.  MEN  EMPLOYED:     25   NO.  HOURS  PER  SHIFT:  8  

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  A.  G.  Reather  TELEPHONE:   444-6326  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:     10_  ADDRESS:   2701  Prospect 

 Helena,  Mt.  

GENERAL:  Progress  has  been  good.  Curbs,  gutters  and  sidewalks  are  being  placed. 
Gravel  and  paving  of  the  roadway  sections  are  being  done  also.  Landscaping 
and  ornamental  walls  are  near  completion.    Lighting  and  overhead  traffic  lights 

are  75%  complete.  One  man  in  office  on  quantities.  


DISTRIBUTION: 
3255-2914 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


<7 


CMS-14 


DISTRICT: 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:    ^ggg^j^  {jtoff 


PROJECT  NO. :  *<gf  9*s6  ) 
PRO  J.  NAME:  ^     ^  <?stasss>*  * 


LENGTH: 
COUNTY: 


j?ys7  SSsjsfJ 


CONTRACT  TIME:      4*£_  " 
ORDER  TO  PROCEED  DATE:  j^fg 

%  COMPLETE:  '   

%  TIME  USED:   


NO.  MEN  EMPLOYED: 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:  $ 
CONTRACTOR:     ^*2j'*t>>*'  jrWir. 
FROM  (town) 
AWARD  DATE: 


DATE  WORK  STARTED:  S**0y  g  /9<?s~ 
PROBABLE  COMPLETION  DATE:  ^"•^ 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  ^jfcy-Cy  .^Sgggggg  TELEPHONE 

ADDRESS : 


NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ^ 


GENERAL: 


^y  ^?^^.>^  y^  s9<g>J~ 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT:  %^±^£ 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     /Quyu  ±T  £L 

PROJECT  NO . :  £fc  2tA^Q  DATE  SURVEY  AUTHORIZED: 

PROJ.  NAME:  ?.&JU  P.  /€g -r  A  I,  L  4a  jt  nJ      DATE  W0RK  STARTED:         &  -  JAZj*jL 

LENGTH:   BHfih/es       4_LAjUJU  ESTIMATED  COMPLETION  DATE:  jZk±lI£ 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:  /*>/±>r>  *.J  TELEPHONE:  £ihl^2^L  

NO.  PERSONNEL  ASSIGNED:  d  %  COMPLETE:  fE~L-  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


CMS- 16 

DISTRICT: 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:    y^tg.  3/  ^SBfT 

PROJECT  NO.:   ^5&'-30)'Z.  DATE  SURVEY  AUTHORIZED:  ,  )u/y  /7*/9&<T' 

PROJ.  NAME:   /*Szjh,a/J&5 ~//^//Z^J//fli~ DATE  WORK  STARTED:    Al]L*  Z3j  J<38^ 

LENGTH:      A£MU   ESTIMATED  COMPLETION  DATE:  /%J&  Z&J<%g& 

DATE  SUBMITTED  TO  DISTRICT:  f%/z&J&S 

PROJECT  MANAGER : 2%>A&/Jlg*Z7Y        TELEPHONE:  4/ SIZT^*/  

NO.  PERSONNEL  ASSIGNED:  ^  %  COMPLETE:  /CkO  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2916 


if 


DISTRICT: 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:    /?ZjX^.  3 if  l^B^f 

PROJECT  NO.:    gj&zJ&jSf.  DATE  SURVEY  AUTHORIZED:  Ji/ls/  ZZ,  IttfT 

PRO  J.  NAME:    T?,^*)  -7/J/mI  Tfair>C&S>  DATE  WORK  STARTED:  .  jjZ,y£g,  l<t&=? 

LENGTH:         ~7/W/ ,   ESTIMATED  COMPLETION  DATE:   >^feS  Z2; 

DATE  SUBMITTED  TO  DISTRICT:   /^&.  Z&J3&S^ 
PROJECT  MANAGER:  /^LQ2iJ^iJ3Z^     TELEPHONE:     494  SZT^ 
NO.  PERSONNEL  ASSIGNED:  3  %  COMPLETE:   


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2916 


DISTRICT:  2130 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     August  29.  1985 

PROJECT  NO.:     BRF  29-1(13)5   DATE  SURVEY  AUTHORIZED:       April  10,  1985 

(Iron  Rod)  Work  has  not  started 

PROJ.  NAME:     Jefferson  River  Bridge        DATE  WORK  STARTED:       m  t-Mw  pT,njPP+i 

LENGTH:        i  Mile   ESTIMATED  COMPLETION  DATE:   

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:      r.t.  Mjlaoq   TELEPHONE:  y^^py,  


NO.  PERSONNEL  ASSIGNED:  7   %  COMPLETE:  ng 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:  SuT^S-  

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     fr^yrr  S^'9*^ 

PROJECT  NO.:      F'.tt-Sf'f)  O    DATE  SURVEY  AUTHORIZED:  7/ 

PROJ.  NAME:      ItJtfyZJ&AiL  DATE  WORK  STARTED: 

LENGTH:     *   ESTIMATED  COMPLETION  DATE:  -~— 


DATE  SUBMITTED  TO  DISTRICT: 


PROJECT  MANAGER:    TELEPHONE: 

NO.  PERSONNEL  ASSIGNED:  %  COMPLETE: 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


DISTRICT:  ^gg£ 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  t g  jfc2  J9fi 6 


PROJECT  NO.:     F  A6- J  ( 3  DATE  SURVEY  AUTHORIZED:  cjU#JZ£423S 

PROJ.  NAME:    geme*  Ca&mL  'Mm       DATE  W0RK  STARTED:  &f  

LENGTH:  ESTIMATED  COMPLETION  DATE:  


DATE  SUBMITTED  TO  DISTRICT: 


PROJECT  MANAGER :    TELEPHONE: 

NO.  PERSONNEL  ASSIGNED:  %  COMPLETE: 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


DISTRICT:  /^///g 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  d*2Jf£L5. 


PROJECT  NO.:              //-//>/)  DATE  SURVEY  AUTHORIZED:  9//0/rf^ 

PROJ.  NAME:  g£  X,,v;^^W  DATE  WORK  STARTED:     fifa  Q.£*l  

LENGTH:  ~ —   ESTIMATED  COMPLETION  DATE:     ^/  ' 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:  TELEPHONE:  • 


NO.  PERSONNEL  ASSIGNED:  %  COMPLETE: 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


DISTRICT:  fiurreL 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     fyu^+rSO  J9fi^> 

PROJECT  NO.:     £  S  ./f/J  Q  DATE  SURVEY  AUTHORIZED:     A.jLfmaaixi XsArA 

PROJ.  NAME:     g.l/x^.y  £&&g£~  £kaS      DATE  WORK  STARTED:     a/->  Ca&a/ 

LENGTH:    ESTIMATED  COMPLETION  DATE:  

DATE  SUBMITTED  TO  DISTRICT: 


PROJECT  MANAGER:    TELEPHONE: 

NO.  PERSONNEL  ASSIGNED:    %  COMPLETE: 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221E 


DISTRICT: 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:    ^fefegg  .:s>0./98S 

PROJECT  NO.:     fx  ^7A-/('^JV             DATE  SURVEY  AUTHORIZED: 
PROJ.  NAME:    (^^J^T                       DATE  WORK  STARTED:  fijfr 
LENGTH:   ESTIMATED  COMPLETION  DATE:  ' 


DATE  SUBMITTED  TO  DISTRICT: 


PROJECT  MANAGER:    TELEPHONE: 

NO.  PERSONNEL  ASSIGNED:    %  COMPLETE: 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


DISTRICT: 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  8L  ^C?  /93 5 

PROJECT  NO.:     J? £  2.7P>  £>         DATE  SURVEY  AUTHORIZED:  -5 

PROJ.  NAME:     , /v+XQAt  UbsS-        DATE  WORK  STARTED:  ^   

LENGTH :    ESTIMATED  COMPLETION  DATE:  

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:    TELEPHONE:   

NO.  PERSONNEL  ASSIGNED:    %  COMPLETE:   ,  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221E 


DISTRICT: 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     A/M^SZL  3££J2&£ 

PROJECT  NO.:     Bfjj   <?JZZ-/f/jD         DATE  SURVEY  AUTHORIZED:  J^/J^/fi^ 
PROJ.  NAME:     Ma^.KoaJ  CatA&£.              DATE  W0RK  STARTED:      /\/0  Q^-^ 
LENGTH:    ESTIMATED  COMPLETION  DATE:   


DATE  SUBMITTED  TO  DISTRICT: 


PROJECT  MANAGER:    TELEPHONE: 

NO.  PERSONNEL  ASSIGNED:  %  COMPLETE: 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/22 IE 


DISTRICT:  ^2Z£ 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     /Lw,^  J^,  /ffif 

PROJECT  NO.:  %22*££6t3.  DATE  SURVEY  AUTHORIZED:    // ^/ P>- 

PROJ.  NAME:    AfAfos.*  jLa^<*   DATE  WORK  STARTED:  ^ 

LENGTH:     ~  ESTIMATED  COMPLETION  DATE:  .  


DATE  SUBMITTED  TO  DISTRICT: 


PROJECT  MANAGER :    TELEPHONE: 

NO.  PERSONNEL  ASSIGNED:    %  COMPLETE: 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221E 


DISTRICT:  $,jrr£ 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  & 


PROJECT  NO.:     fi£  ^2^(7^)  DATE  SURVEY  AUTHORIZED:  <-/y^/^f 

PRO  J.  NAME :  ^  ^.U/  g£  )     DATE  W0RK  STARTED :     /[/0  CaBsU  

LENGTH:  — ■    ESTIMATED  COMPLETION  DATE:  

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:   TELEPHONE:   ,  

NO.  PERSONNEL  ASSIGNED:  %  COMPLETE:   


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


DISTRICT: 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:   


PROJECT  NO. 
PRO J.  NAME: 
LENGTH: 


DATE  SURVEY  AUTHORIZED: 
DATE  WORK  STARTED: 


ESTIMATED  COMPLETION  DATE: 


DATE  SUBMITTED  TO  DISTRICT:  _ 
PROJECT  MANAGER:  TELEPHONE: 


NO.  PERSONNEL  ASSIGNED: 


%  COMPLETE: 


DISTRIBUTION: 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221E 


CMS- 16 

DISTRICT: 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:   /^<£  ZOj/^/BfrT 

PROJECT  NO.:    /^//Zt/rf/J^   DATE  SURVEY  AUTHORIZED: 

PRO  J.  NAME:  ffi*ttt  l&c&cZ  7£/uJ         DATE  WORK  STARTED:  &j&f//Si*r 

LENGTH:   -—    ESTIMATED  COMPLETION  DATE:  9/t/J?*3~~ 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:  /^Jj^  T2vlS*42&fy  TELEPHONE:  3&Z>*-/  

NO.  PERSONNEL  ASSIGNED:        3  %  COMPLETE:  £>Q  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2916 


DISTRICT:   Great  Falls  3130 


DISTRICT  DESIGN  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING:     September  2.  1985 


PROJECT  NUMBER  &  NAME 

DESCRIPTION 

NEXT 
MILE- 
STONE 

M-HRS 

USED 

THIS 

REPORT 

PERIOD 

% 
COMP 

EST 

COMP 

DATE 

5 
7 
9 

B5 

36 

55 
'■> 

RF  60:2£3)9_L   _ 

Great  Fal 1 s-East 

Grade_j  Gravej  Surf._ 
PMBS  Structure  " 

:inal 
Des  ign 

0 

97 

it-22-8 

FR  2^3(3)76                 _  _ 

Rogers  Pass-East 

Widen^  b ravel  Surf. 
PMBS 

Prel im. 
P.  I.H. 

212 

32 

8-18-8 

RS  3^8(18)              _   _  _ 
5"^Mi.  S.  Fort  Benton-South 

Grade,  Gravel  Surf. 
PMBB 

Prel im. 
P. I.H. 

0 

0 

4-20-8 

F_3-JJ618  

Sun  River  Jet. -North 

PMBSj_  0 ve  r  1  ay           _  _ 

Minor  Widening 

:inal 
P. I.H. 

168 

99 

1 1-29- 

F_J  0^2  (  J_7 1  _   _   _   _  _ 
Big  Sandy-RROP  Removal 

Grade,  Gravel  Surf._ 
PMBS 

Final 
P. I.H. 

58 

99 

9-6-85 

RS  552-1 (  )0 
STTnburst-East 

Gravel  Surface 

Final 
P. I.H. 

88 

too 

8-12-8 

L.2/+i5  ( in  L  _  _  _  _ 

S  imms-West 

Widen,  G_ravej  Sjjrf .__  _ 
PMBS 

Prel im. 
P.  I.H. 

k8 

16 

12-19- 

FR  lOjl  (JU__    _    _    _  _ 

Great  Falls-North 

PMBS_0ve_r  1  ay_   _   _  _ 

Final 
P. I.H. 

63 

62 

1 1-29- 

FR  57-1 (  )1 
Selt^tast 

PMBS  Overlay 
P.  I.H. 

Final 
P. I.H. 

2k 

65 

1-28-8 

DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221D 


72 


DISTRICT :GREAT  FALLS-3130 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       Augast  28,  1985 


PROJECT  NO. :  T  R  15-5(7Q)  7Q1 
PRO J.  NAME:     Vaughn  -  North 

LENGTH:   10.1  Miles 

COUNTY: 


Cascade 


CONTRACT  TIME:  90+4  Working  Days 
ORDER  TO  PROCEED  DATE:  4-29-85 

%  COMPLETE:   

%  TIME  USED: 


CONTRACT  AMOUNT:  $  2,990,289.20 
CONTRACTOR:     American  Asphalt 

FROM  (town):  Missoula  

AWARD  DATE: 


4-3-85 


DATE  WORK  STARTED:  5-8-85 


88% 


73% 


NO.  MEN  EMPLOYED: 


-30  -40 


PROBABLE  COMPLETION  DATE 


NO.  SHIFTS  PER  DAY: 
NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:    Frank  Rnhinsnn  TELEPHONE:   

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  8-15  ADDRESS:   


DATE 

:  9-15-85 

WEEK 

:  Variable 

1 

10 

727- 

■4350 

P.  0.  Box  1359 


Great  Falls,  MT.  59403 


GENERAL:       The  3/4"  C.T.S.  -  Gr.  2A  was  completed  on  8-22-85  and  the  P. M.S. 

 Gr.  B  was  completed  on  8-20-85.    O.G.F.C.  was  started  on  8-21-85. 

 Sub-contractor/D.B.E.  Alpine  Asphalt  &  Building  is  doing  the  Traffic 

 Control  for  all  operations.   


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


CMS- 14 


DISTRICT:  S^fjxrtAA^ 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      fSrP~T  jg.  gggfS 


PROJECT  NO.:  TX.  15  Sg  6Sg^53 
PROJ.  NAME:  ZV>o^ 

LENGTH :  /^,<3  m,JL^  

COUNTY :   CL*^  Ar,r  .  


CONTRACT  TIME: 


ORDER  TO  PROCEED  DATE:  3/jL&/fR<^ 

%  COMPLETE:  

%  TIME  USED:   

NO.  MEN  EMPLOYED:        m~  1^ 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:  %^i2BtZ^SU^±^ 
CONTRACTOR:     M,^F.  jQafc^C  ^QuXbg ■ 

FROM  (town):      ggeur  J=*j^  

AWARD  DATE:   

DATE  WORK  STARTED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


^  


3. 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:     ^£tas£Z^a£H  TELEPHONE: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:     O  ADDRESS: 


GENERAL:       I4.x-E>F^.  P^lk^t  ^jTiv.  r.Pn<M\  kV,   £  ^■^■Cy'V  isu  aJ^ 

CfPEi^  ^eADf      T^gurrio^  fW&s^.,    /ipPB&>,x  flaaga^l£i2a&3  feflrp; 


~Pao, 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS-14 


DISTRICT:    ^/Jfi  /fA/Z^ 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  Wz/tfS' 


PROJECT  NO.:  &z2&L^^3.  CONTRACT  AMOUNT:     $  Jjg't??  ^Pt, ,  70 

PRO  J.  NAME:  A^*  5"  CONTRACTOR:  ^cZZer)  

LENGTH :   y/.fi     &fa£5   FROM  (town):       ^  . 

COUNTY:     2Z22ul     ^  AWARD  DATE:  h  /^y  &, 

CONTRACT  TIME:      //M /J/)  ^/^  DATE  WORK  STARTED:     J„/y  ij%2 

ORDER  TO  PROCEED  DATE:     J&yJ&l  jfc^  PROBABLE  COMPLETION  DATE: 

%  COMPLETE:  9   NO.  DAYS  WORKED  PER  WEEK:  ^7 

%  TIME  USED:    NO.  SHIFTS  PER  DAY:   ^  

NO.  MEN  EMPLOYED:  ^7   NO.  HOURS  PER  SHIFT:  #  

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:   dgis&c   £.  TELEPHONE:  g£>  ?/  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:   


GENERAL:       yQd)  suJ^aSsC- 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS- U 


DISTRICT:      Grpat  Fallc 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  ofl  1?0c 

PROJECT  NO.:      I.R.  1 5-7  (22)  CONTRACT  AMOUNT:     $  2. 237.568. SO 

PRO J.  NAME:    CQnrad  North  &  South   CONTRACTOR:      Sletten  Construction  Co. 

LENGTH:   9-0  Miles   FROM  (town):      Great  Falls.  MT  

C0UNTY:   Pondera  _  AWARD  DATE:       March  11  .  1985  

CONTRACT  TIME:       gn  irking  pay^  (+?)  DATE  WORK  STARTED:      April  2k.  1985 

ORDER  TO  PROCEED  DATE:      i,-16-8q  PROBABLE  COMPLETION  DATE:    Sept.  1.  1985 

%  COMPLETE:   953   N0.  DAYS  WORKED  PER  WEEK:  5 

%  TIME  USED:   7^   N0.  SHIFTS  PER  DAY:  , 

NO.  MEN  EMPLOYED:         ?n-i.n   NO.  HOURS  PER  SHIFT:   10 

ACTUAL  COMPLETION  DATE :   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      H— TELEPHONE:  97a_7QZlil 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    _M  ADDRESS:   P-Q    Rox  ]?kn 

 Conrad.  MT  59*t25 

GENERAL: 


 fontrar.tnr  completed  Open  Graded  Friction  Course 

operations  8-12-85.  


 Sub-r.nntractor  Interstate  Specialties  began  paint  striping 

operations  ft-?6-ft5  anH  plane  fab  ^  cnmplPfpH  8-29-85.  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT:    3130  Qreat  Falls 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:    September  2.  1Q8s 


PROJECT  NO.:    P-EKF  1-3  (8)  209 
PRO  J.  NAME:    Two  Medicine  Br.  EAW 

LENGTH:    4.0  Miles  

COUNTY:  glacier  


CONTRACT  TIME:    150  w?D 


ORDER  TO  PROCEED  DATE:  4-16-85 

%  COMPLETE:  40  

%  TIME  USED: 


42 


NO.  MEN  EMPLOYED:  37 
ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:  $4.559.597.04  

CONTRACTOR :    sletten  Construction  Company 

FROM  (town):    Great  Falls  

AWARD  DATE:    March  11.  1Q8S  

DATE  WORK  STARTED:    April  16.  1985 
PROBABLE  COMPLETION  DATE:    June  30.  1985 

NO.  DAYS  WORKED  PER  WEEK:  5  

NO.  SHIFTS  PER  DAY:    1  to  2  

NO.  HOURS  PER  SHIFT:    8  to  10 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

  TELEPHONE:  338-2610 

16         ADDRESS:    p.p.  Box 


PROJECT  MANAGER:  Qlep^Brown 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


1199 


GENERAL:     grogreas  to  date  consists  of  work  on  structure  and  roadway  sub-grade 
throughout,  prdect.  Sub-grade    completed  from  ata-M™  80+00  *n  ?n8+OQ.  cm*  <|£« 
HBT.  has  hften  plannri  nn  rirht,  Itog  from  at.i.t.inn  m?+nn  t.»  MtMtlaa  i^nn  »nH  «n  iift8  from 
station  130*00  t.n  ntat.inn  POR^on.  Pine  1.  h»-tnP  laatalKd      coadMay  P^»>., 
contractor  conf mplataa  starting  cement,  traits  h«.»  on  TW^.y,  Ai]gn.t.  pq,  1 985. 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


77 


CMS-H 


DISTRICT:     Great  Falls,  3130 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  8/3o/85  

CONTRACT  AMOUNT:     $  105,781.50  

CONTRACTOR:       Baltrusch  Const.  Co.,  Inc. 

FROM  (town) :     Havre,  Montana  

AWARD  DATE:  4/3/85  

DATE  WORK  STARTED:  7/17/85  

PROBABLE  COMPLETION  DATE:   

NO.  DAYS  WORKED  PER  WEEK:   

NO.  SHIFTS  PER  DAY:  

NO.  HOURS  PER  SHIFT:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:  7/22/85  

EFFECTIVE  OPENING  DATE:  7/22/85 

PROJECT  MANAGER:     Gordon  Treftz   TELEPHONE:  265-6821 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    _l_       ADDRESS:  p.  o.  box  592 

Havre,  Montana  59501 

GENERAL:      The  project  was  completed  on  7/20/85.    pne  man  preparing  Final  for 
.  ..       .  _  .submittal  to  District  office.   


PROJECT  NO.:      RTF  1-3(13)247 
PRO J.  NAME:        Cut  Bank  -  West 

LENGTH:  7.7  miles  

COUNTY:   Glacier  County 

CONTRACT  TIME:  Cal.  date  8/31/85 
ORDER  TO  PROCEED  DATE:  6/1/85 

%  COMPLETE:  100%  

%  TIME  USED: 

NO.  MEN  EMPLOYED:   

ACTUAL  COMPLETION  DATE:  7/20/95 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 

7# 


DISTRICT:      Great  Falls  3130 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  8/30/85 


PROJECT  NO. 
PRO J.  NAME: 

LENGTH:   

COUNTY: 


RTF  1-3(14)256 


Cut  Bank  -  East 
8.9  miles 


Glacier  &  Toole 


CONTRACT  TIME:  Cal.  date  8/31/85 
ORDER  TO  PROCEED  DATE:  6/1/85 

%  COMPLETE:  100%  

%  TIME  USED: 


CONTRACT  AMOUNT:     $  148,570.00  

CONTRACTOR:         Baltrusch  Const.  Co.,  Inc. 

FROM  (town):        Havre,  Montana  

AWARD  DATE:  4/3/85 


DATE  WORK  STARTED: 


7/15/85 


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE:  7/19/85 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE:  7/22/85 
PROJECT  MANAGER:      Gordon  Treftz  TELEPHONE: 

1  ADDRESS: 


7/22/85 


265-6821 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


P.  O.  Box  592 


Havre.  Montana  59501 


GENERAL:      The  project  was  completed  on  7/19/85.    Qne  my  preparing  submittal  fea  of  F 
to  District  office. 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


SEAL  &  COVER  PROJECTS 

RTF  1-6(8)342,  Rudyard  -  Gildford,  12.6  miles,  Hill  Co. 
RTF  1-7(6)414,  Zurich  -  Harlem,  7.3  miles,  Blaine  Co. 

RTF  1-8(8)446,  Dodson  -  West,  7.5  miles,  Phillips  Co.  DISTRICT:      Great  Falls 

RTF  1-8(9)492,  Saco  -  West,  7.0  miles,  Phillips  Co. 

CONSTRUCTION  PROGRESS  REPORT 

FOR  THE  PERIOD  ENDING:  8/30/85 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH:  _ 
COUNTY: 


SEE  ABOVE 


CONTRACT  AMOUNT:     $  532,986.48  

CONTRACTOR:      Baltrusch  Const.  Co.,  Inc. 

FROM  (town) :      Havre,  Montana  

AWARD  DATE:  4/3/85  


CONTRACT  TIME:    Calendar  date  9/15/85      DATE  WORK  STARTED:  6/14/85 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  78% 
%  TIME  USED: 


6/1/85 


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


9/15/85 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      Gordon  Treftz  TELEPHONE:  265-6821 

1  ADDRESS: 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


P.  O.  Box  592 


Havre,  Montana  59501 


GENERAL:      There  has  been  no  work  by  the  contractor  this  reporting  period. 
The  Rudyard-  Gildford,  Zurich  -  Harlem  S  Saco  -  west  projects  are  complete. 
The  Dodson  -  West  project  remains  to  be  completed.  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/ 22 IF 


DISTRICT:  MV-^J^z 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 


PROJECT  NO.:  S-s/SS  /W/?)  JTg£> 
PRO  J.  NAME:     ^xs&/-  Xf.ZT 

LENGTH :        y/.f  ygy££S  

COUNTY: 


CONTRACT  AMOUNT:  $  /^gg^^gg 
CONTRACTOR:  yyY^yy^ 


CONTRACT  TIME:       gg?    ^  ^ 


FROM  (town):  ^///ty^  /^Z 
AWARD  DATE:  ///^y 


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE:  /6.  fS 

%  COMPLETE:  gfl  

%  TIME  USED:   

NO.  MEN  EMPLOYED:  /f  

ACTUAL  COMPLETION  DATE: 


PROBABLE  COMPLETION  DATE; 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


/ 


SJL 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

idw/A       404£*£  TELEPHONE :  ?r.' 

f  ADDRESS: 


PROJECT  MANAGER 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


GENERAL:        /?/s,ys,      /^,^  -  q^cl  ^^ry/ 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU  „ 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


CMS- 14 


DISTRICT:    Great  Falls  -  3130 


CONSTRUCTION  PROGRESS  REPORT 


PROJECT  NO 
PRO J.  NAME 
LENGTH: 
COUNTY: 


FOR  THE  PERIOD  ENDING: 
RTF  9-1(2)0 

Uowmans  Corner  -  N  &  S 
Neihart  N  &  S 


»:7Bggjgg 


-  S.E. 


Lewis  &  Clark,  Meagher, 
Cascade  &  Choufpaii 


CONTRACT  TIME:    Comp.  date:  9-1-85 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  100 
%  TIME  USED: 


6-1-85 


NO.  MEN  EMPLOYED: 


ACTUAL  COMPLETION  DATE: 


7-31-85 


September  2,  1985 

CONTRACT  AMOUNT:     $  654,583  

CONTRACTOR:       Baltrusch  Const.  Co. 
FROM  (town): 
AWARD  DATE:  &_^_rs 


Havre.  MT 


DATE  WORK  STARTED: 


4-29-85 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      G.  Enderson  TELEPHONE: 

ADDRESS: 


NO.  OF  ENG.  PERSONNEL  IMoYED: 


727-4350 


Great  Falls 


GENERAL:  Project  was  completed  July  31,  1985.  Project  Managers  are 
 preparing  Final  for  submittal  to  District  Office.  


DISTRIBUTION: 
3255-2914 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:     Great  Falls  3130 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  8/30/85 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH:  _ 
COUNTY: 


F  1-6(6)379 


Havre  Weigh  Station 

N/A  

Hill 


CONTRACT  AMOUNT:     $  565,847.65  

CONTRACTOR :       Baltrusch  Const.  Co..  inc . 
FROM  (town) :     Havre,  Montana 
AWARD  DATE:  6/28/85 


CONTRACT  TIME:     150  working  days 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  1% 
%  TIME  USED:  None 
NO.  MEN  EMPLOYED:  3 


DATE  WORK  STARTED:  8/12/85 


8/5/85 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


Oct.  1986 


ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:       Gary  Steen  TELEPHONE 

ADDRESS 


Gary  Steen  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  5 


265-6821 


P.  O.  Box  592 


Havre,  Montana  59501 


GENERAL:      A  sub-contractor,  L.A.  Construction,  began  work  on  the  project  on 

8/12/85  doing  some  clearing  &  grubbing  work  and  excavating  the  basement  area 
for  the  scale  house.     The  prime  contractor  has  b*en  installing  construction 
signs  and  anticipates  to  begin  crushing  and  stockpiling  crushed  base  course 
on  8/29/85 . 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT 


Great  Falls  3130 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  8/30/85 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH:  _ 
COUNTY: 


RTF-HES  10-3(7)91 
Box  Elder  -  Havre 

13.6  miles  

Hill 


CONTRACT  TIME:      150  working  days 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  1% 
%  TIME  USED: 


8/5/85 


None 


NO.  MEN  EMPLOYED:  10 


CONTRACT  AMOUNT:     $  4,978,298.90 
CONTRACTOR :      Baltrusch  Const.  Co.,  Inc . 

FROM  (town):      Havre,  Montana  

AWARD  DATE:  6/28/85 


DATE  WORK  STARTED:  8/5/85 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


Oct.  1986 


ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:     Gordon  Treftz  TELEPHONE:  265-6821 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:      7  ADDRESS: 


P.  O.  Box  592 


Havre,  Montana  59501 


GENERAL :     A  sub-contractor,  Mclntyre  Const.  Co.,  began  work  on  the  project 
8/5/85  extending  the  concrete  box  culverts.     The  work  on  this  item  is  35% 
complete.    The  prime  contractor  has  been  installing  construction  signs  and 
anticipates  to  begin  crushing  and  stockpiling  crushed  base  course  on  8/29/85. 

 The  engineering  crew  has  been  staking  the  roadway,  drainage 

structures  and  cross  sectioning  borrow  areas.  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221F 


DISTRICT:      Great  Falls  3130 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  8/30/85 


PROJECT  NO. : 
PRO J.  NAME: 

LENGTH:   

COUNTY: 


F-HES  10-3(9)110 

U.S.  2  -  South 
1.8  miles 


Hill 


CONTRACT  AMOUNT:     $  705,631.40  

CONTRACTOR :      Baltrusch  Const.  Co.,  Inc . 

FROM  (town) :    Havre,  Montana  

AWARD  DATE:  6/28/85 


CONTRACT  TIME:      150  working  days 


DATE  WORK  STARTED:  8/6/85 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:  _1%  

%  TIME  USED:  None 


8/5/85 


NO.  MEN  EMPLOYED; 


NO.  SHIFTS  PER  DAY: 
NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      Gordon  Treftz  TELEPHONE:  265-6821 

1         ADDRESS : 


DATE: 

Oct.  1986 

WEEK: 

2 

1 

8 

NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


P.  0.  Box  111 


Havre,  Montana  59501 


GENERAL:  The  contractor  began  work  on  the  project  on  8/6/85  doing  some  grading 
work  in  the  ditch  areas.  The  contractor  has  been  installing  construction  signs 
and  anticipates  to  begin  crushing  and  stockpiling  crushed  base  course  on  8/29/85. 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


CMS-14 


DISTRICT:      great  Falls 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        fi»ptpmhgr.2,  1985 


F-BRF-HES  24-3  (7U09 


7.8  Mtles 


CONTRACT  AMOUNT:     $  4.243,653.15 


PROJECT  NO. : 

PROJ.  NAME:      Bowmans  Corners-North  East  CONTRACTOR:    Hilde  Construction  Co^  Inc. 

LENGTH:   

COUNTY:       Lewis  &  Clark 


FROM  (town):  Great  Falls.  Mt. 
AWARD  DATE:      January  3,  1985 


CONTRACT  TIME:      120  Working  Days 


ORDER  TO  PROCEED  DATE:  4/16/85 

%  COMPLETE:  707.  

%  TIME  USED:  747.  

NO.  MEN  EMPLOYED:  15  


DATE  WORK  STARTED:    March  27,  1985 
PROBABLE  COMPLETION  DATE:    May  31,  1986 
NO.  DAYS  WORKED  PER  WEEK:  5 
NO.  SHIFTS  PER  DAY:  _ 
NO.  HOURS  PER  SHIFT: 


1 


9  Hr. 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      u„n-pr  n.  Smith  TELEPHONE: 

ADDRESS: 


UaH-pr  T).  Smith  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  7+ 


264-5310 


P.O.  Box  1359 


Great  Falls.  MT.  59403 


GENERAL :        Hilde  Construction:    Engaged  in  ripping  up  &  relaying  existing 

roadway  mat,  hauling  &  laying  gravel  courses  and  applying  prime  oil.  

Stahly  Engineering:    Intermittent  subgrade  &  1%"  C.B.C.  bluetop  work.  

Ros-Mar:    Installing  fence  and  left  the  project  8/6/85.    They  will  return 
later  to  complete  the  fencing.  


DISTRIBUTION: 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CMS-14 


DISTRICT: 


Grpar  Falls 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:    ^e^esber  2.  1985 


F-HES  24-3(11)83 


PROJECT  NO. : 
PRO J.  NAME:      Rogers  Pass  -  West 

LENGTH :  8.1  Miles  

COUNTY:      Lewis  &  Clark 


CONTRACT  AMOUNT:     $  1,660.615.00 
CONTRACTOR:      American  Asphalt.  Inc. 

FROM  (town):      Missoula.  Mt.  

AWARD  DATE: 


CONTRACT  TIME: 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   5%_ 

%  TIME  USED:   jl_ 


70  Working  Days 


7/8/85 


NO.  MEN  EMPLOYED: 


35 


DATE  WORK  STARTED:  August  26.  1985 
PROBABLE  COMPLETION  DATE:  June  1986 
NO.  DAYS  WORKED  PER  WEEK:  5 

NO.  SHIFTS  PER  DAY:  _j  

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE: 

PROJECT  MANAGER:     Walt-^r  n.  Snwi-k  TELEPHONE 

ADDRESS : 


12+ 


Walter  D.  Smith 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  4 


264-5310 


P.O.  Box  1359 


Great  Falls,  Mt. 


GENERAL:       American  Asphalt;     Began  cold  recvdP  ^rations  *nH  **„1nrr  „r 
the  crusher  on  8/26/85.    Be^an  crushing  ri,nt  mix  a^r.^te  on  8/78/PS, 
Alpine  Asphalt  &  Building.  Inc.;     Be^an  work  on  8/26/85  engaged  in  traffic 
control  work. 


Frank  Gurney,  Inc.;     Re^an  work  on  8/26/85  engaged  in  installing  guardrail, 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS- 14 


DISTRICT:  (g^gy 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     <,r.PT-    J?,  j  iSjSiS 


PROJECT  NO.:  ffrF^-^l^T, 

PRO  J.  NAME:  -R^r^  TW  j  >^ 

LENGTH :  ^  KUACS 

COUNTY :   


CONTRACT  TIME 


9<D  &U.T^>. 


CONTRACT  AMOUNT:  %^SC^&2^±S 
CONTRACTOR:     .^ifTTF^  ^n^r^-Tv 

FROM  (town):     tkgAr  ^n.<,  

AWARD  DATE:  1  j 


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   [Q  

%  TIME  USED:  -f/^ 

NO.  MEN  EMPLOYED:  /A-  fa 

ACTUAL  COMPLETION  DATE: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

HOURS  PER  SHIFT: 


NO. 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE: 

PROJECT  MANAGER:    (\  f,-^  .  TELEPHONE:      l£1-4?><jr>  ISB^fcfl 

ADDRESS :        T>fi3>r^P  ^^^q*X 


NO.  OF  ENG.  PERSONNEL  EMPLOYED:  O 


GENERAL 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT  :GREAI  EALLS=3130 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       August  28.  1985 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH:  _ 
COUNTY: 


M  R  P.  60-2(17)  Q5 
Warden  Bridge-Painting 

 0.0  Miles  

 Cascade  


CONTRACT  TIME:r,nmp1Pt.P  hy  10-1 5=85 

ORDER  TO  PROCEED  DATE:   

%  COMPLETE:   

%  TIME  USED: 


J22L 


JUL 


NO.  MEN  EMPLOYED: 


2=5. 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:    $  119.300.00 
CONTRACTOR:      Rainbow  Painting  Co. 
FROM  (town):         Great  Falls 
AWARD  DATE: 


3-11-85 


DATE  WORK  STARTED:  4-3Q-85 


PROBABLE  COMPLETION  DATE:  10-15-85 
NO.  DAYS  WORKED  PER  WEEK:  Variable 

NO.  SHIFTS  PER  DAY:  i  

NO.  HOURS  PER  SHIFT:  Variable 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:    Frank  Robinson  TELEPHONE:   

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    ]_£  ADDRESS:   


727-4350 


P.  0.  Box  1359 


Great  Falls,  MT. 


59403 


GENERAL: 


 Contractor  is  90%  complete  with  the  superstructure  painting 

and  50%  complpf.p(Northsidp)  of  the  Handrail.  Project  as  a  whole 
is  7Q%  rnmplptp  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


CMS-14 


DISTRICT:     Great  EalLfi 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        Angn.t  9ft ,  io«5 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH:  _ 
COUNTY: 


HFS  ? 1 5- 1  (3) 


Kevin  Slppp  Flattening 

Q.Q  Miles  

Toole  


CONTRACT  AMOUNT:     $  is  nnn.nn 

CONTRACTOR:   L,A.    Cnn.tn.rf  inn 

FROM  (town):         Havre.  MT  

AWARD  DATE:  June  6.  1985 


CONTRACT  TIME:         20  Working  Days 


DATE  WORK  STARTED:      July  19,  1985 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   93^ 

%  TIME  USED:  80* 
NO.  MEN  EMPLOYED: 


7-8-85 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


Oct.  30.  1985 
5 
1 


ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

TELEPHONE :   

ADDRESS : 


PROJECT  MANAGER:  Hammerharkpr 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


278-7944 


_L=2 


P.O.  Box  1240 


Conrad,  MT  


GENERAL: 


 Contractor  completed  installing  delineators  and 

curve  sign.  Only  a  small  amount  of  seeding  left  to 


be  completed.  Waiting  for  seeding  dates. 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS-14 


DISTRICT :  J^jJ*  - 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        _<^ztt-  s^JfX^, 

PROJECT  NO.:     £>S  JjJ?-//^0^  CONTRACT  AMOUNT:     $  S^o/a.  9s,*/.  9* 

PRO  J.  NAME:   «gg//^Q  ■  CONTRACTOR:      ^LT^^H  C2^T- 

LENGTH :   ?J.//)iUs>  FROM  (town):        .J-J^^e?..  jYhr. 

COUNTY:  /-Justed    AWARD  DATE:  j& -  5  £ </  

CONTRACT  TIME:     7n  tdLetrM  /Wf>  DATE  WORK  STARTED: 

ORDER  TO  PROCEED  DATE:        V./^-^g  PROBABLE  COMPLETION  DATE:   

%  COMPLETE:        y£>^   NO.  DAYS  WORKED  PER  WEEK: 

%  TIME  USED:   NO.  SHIFTS  PER  DAY:   

NO.  MEN  EMPLOYED:    NO.  HOURS  PER  SHIFT:  ^ZZ^HZ! 

ACTUAL  COMPLETION  DATE:  7-/7.££* 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:    .Ms*  ^        /gA/ar^yg.  TELEPHONE :  ^7^-79^^/  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    _  ADDRESS:  £Uq&U±  SVOt.  ^<?4o* 


GENERAL:   /  ^e^cT  ttlsis   C&m&l&mG.    7~s7-F£r.  ^ 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 

f/ 


CMS- 14 


DISTRICT:    6&rflT  h^/jS 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      ^rV>T    Z  ffft*^ 

PROJECT  NO.:      U£<>   ^~7-l^\^  CONTRACT  AMOUNT:     $  H^.lnCn.rZ^ 

PRO  J.  NAME:    TEtt^  P^^r  ^^tv^CONTRACTOR:        Z/,,,-rr^    /T^r^  r,-, 


LENGTH: 
COUNTY: 


CONTRACT  TIME:       ZO  OJ.P 


FROM  (town) 
AWARD  DATE: 


DATE  WORK  STARTED: 


JJ/A 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  Q 
%  TIME  USED:  £> 
NO.  MEN  EMPLOYED: 


_Q_ 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


OCT 
to/A 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE: 
PROJECT  MANAGER 
NO 


@*  Fi  Tr^c-pvy^ 
OF  ENG.  PERSONNEL  EMPLOYED: 


TELEPHONE : 

ADDRESS :      £>r P>T  ^  /i.^AOs 


GENERAL: 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT:      Great  Falls  3130 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  8/30/85 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH:  _ 
COUNTY: 


RS  432-2(1)40 


Rudyard  -  South 


6.006  miles 


Hill 


CONTRACT  AMOUNT:     $  730,133.60 
CONTRACTOR:      American  Asphalt  Inc. 
FROM  (town) :      Kalispell,  Montana 
AWARD  DATE: 


4/3/85 


CONTRACT  TIME:        60  working  days 


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  0% 
%  TIME  USED: 


4/29/85 


48% 


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE:  10/11/85 

NO.  DAYS  WORKED  PER  WEEK:   

NO.  SHIFTS  PER  DAY: 
NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      Gordon  Treftz  TELEPHONE: 

0  ADDRESS: 


265-6821 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


P.  O.  Box  592 


Havre,  Montana  59501 


GENERAL:  There  has  been  no  work  on  the  project  this  reporting  period.  The 
pit  reclamation  plans  are  approved  by  the  State  Lands  Board  and  the  air 


quality  permits  have  been  issued.    The  engineering  layout  js  1QQ%  complete. 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:  GREAT  FALLS-3130 


CONSTRUCTION  PROGRESS  REPORT 

FOR  THE  PERIOD  ENDING:       August  28,  1985 

I.R.  15-5(78)  278 
M-RRS  5201(7) 

PROJECT  NO.:       M  5203(3)   CONTRACT  AMOUNT:     $  4,725,993.00 

PRO J.  NAME:  6th  St,  4th  Ave  SW.Appr        CONTRACTOR:        Sletten  Construction  Co. 

LENGTH:  1.0  Miles      Modif icatioFRQM  (town):  Great  Falls  

COUNTY:   Cascade    AWARD  DATE:   August  1,  1985 

CONTRACT  TIME:       180  Working  Days         DATE  WORK  STARTED:    August  19,  1985 
ORDER  TO  PROCEED  DATE:      Aug.  26,  1985    PROBABLE  COMPLETION  DATE:    Oct.  15,  1986 

%  COMPLETE:   2%   NO.  DAYS  WORKED  PER  WEEK:  5 

%  TIME  USED:   2%   NO.  SHIFTS  PER  DAY:   1 

NO.  MEN  EMPLOYED:     3-15   NO.  HOURS  PER  SHIFT:   8-10 

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      Frank  Robinson  TELEPHONE:   727-4350  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  l-7_       ADDRESS:   P.  0.  Box  1359 

Great  Falls,  MT.  59403 


GENERAL:  Suh-r.nnt.ractor/D.B.E.  Swan  &  Sons  began  work  on  8-19-85  trimming 

anH  rutting  Hnwn  t.reps  on  6th  St.  S.W.    He  began  dirt  operations  on  8-27-85  and 

 plans  to  complete  rough  grading  on  6th  St.  S.W.  on  8-30-85.    Prime  contractor 

Sletten  construction  began  operations  on  8-19-85  with  setting  Traffic  Control 

 signing. Sletten  plans  to  begin  working  on  the  excavation  for  and  building  of 

the  pump  house  just  south  of  the  railroad  on  9-3-85.    Sub-contractor  Orlander 

 Contracting  plans  to  begin  installing  the  underground  water  and  sewer  on 

9-2-85.    Lewis  Const.  &  Interstate  Specialties  plan  to  begin  operation 
the  middle  of  September.    Interstate  striped  4th  St.  S.B.  on  8-20-85. 

 Dirt  operation  bv  Swan  is  limited  form  1st  Alley  S.W.  to  5th  Ave.  S.W. 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:   GREAT  FALLS-3130 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        August  28.  1985 

PROJECT  NO.:     H.E.S.  5209(3)   CONTRACT  AMOUNT:     $  89,439.50 

PRO J.  NAME:  Various  Intersections-Gt.  CONTRACTOR:  Lewis  Construction  Co. 
LENGTH :   0.0  MILES      Fa11sFROM  (town):        Great  Falls 


COUNTY:   Cascade   AWARD  DATE:      June  28,  1985 


CONTRACT  TIME:  Complete  by  12-31-85 

DATE  WORK  STARTED: 

July  22,  1985 

ORDER  TO  PROCEED  DATE: 

7-22-85 

PROBABLE  COMPLETION 

DATE:  11-31-85 

%  COMPLETE:  10% 

NO.  DAYS  WORKED  PER 

WEEK:  5 

%  TIME  USED:  22% 

NO.  SHIFTS  PER  DAY: 

1 

NO.  MEN  EMPLOYED:  2-3 

NO.  HOURS  PER  SHIFT: 

8 

ACTUAL  COMPLETION  DATE: 

DATE  CERTIFIED  COMPLETE 

BY  DISTRICT 

CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:    Frank  Robinson  TELEPHONE:  727-4350  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  1-2         ADDRESS:   P.  0.  Box  1359  

Great  Falls,  MT.  59403 

GENERAL:        Contractor  has  placed  conduit  and  concrete  for  2  of  the  three 

 intersections.    He  plans  to  complete  the  replacement  of  concrete  in 

 the  areas  disturbed  by  his  operations  and  then  move  to  the  last  intersection 

 @  5th  St.  and  1st  Ave.  South.    He  will  begin  setting  the  standards  when 

 all  his  material  has  arrived. 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:  GREAT  FALLS-3130 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      August  28,  1985 


PROJECT  NO . :      M  5219(1) 


PROJ.  NAME:  38th  St.  &  2nd  Ave.  North 
LENGTH :   0.0  Miles  

C0UNTY:   Cascade  

CONTRACT  TIME:      fin  Working  Days 


ORDER  TO  PROCEED  DATE:  4-16-85 

%  COMPLETE:   inn* 

%  TIME  USED:  w%  

NO.  MEN  EMPLOYED: 


ACTUAL  COMPLETION  DATE:  7-i?-S5 


CONTRACT  AMOUNT:    $  54,598.00 
CONTRACTOR:        Livesay  Traffic  Maint. 

FROM  (town):  Great  Falls  

AWARD  DATE:  10-31-84  


DATE  WORK  STARTED: 


6-10-85 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:  7-12-85 

PROJECT  MANAGER:     Frank  Robinson  TELEPHONE:   

ADDRESS: 


7-24-85 


727-4350 


NO.  OF  ENG.  PERSONNEL  EMPLOYED:  1 


P.  0.  Box  1359 


Great  Falls,  MT. 


59403 


GENERAL:  All  work  on  the  subject  project  is  100%  complete  with  the 
 stat.p  working  on  pre-checking  notes  and  the  Final  Estimate. 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


CMS-14 


DISTRICT:       jyj  O 


CONSTRUCTION  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING: 

PROJECT  NO.:     n  Sta/fi.) 
PROJ.  NAME:  ^  \jk%3^^ 

LENGTH:   /\J_J\.  

COUNTY:   H'//  

CONTRACT  TIME:    C*Je„Aa  r  dcjg 
ORDER  TO  PROCEED  DATE:      ^-^j-yo  r 

%  COMPLETE:  ycr-e^  

%  TIME  USED:  yy/^  

NO.  MEN  EMPLOYED:  p  

ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $     &8   27o  .  /?.< 


CONTRACTOR:    In^lJhML  &uZl 
FROM  (town):     ^Jj.  ^jjj 
AWARD  DATE: 


DATE  WORK  STARTED:  Xon^ 
PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


o 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:        >_3 ~B> < 
PROJECT  MANAGER:         ^jjg^  TELEPHONE:  LP,  ^  / 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  /-Z.      ADDRESS:  &CLL>££  til 


GENERAL :       rWW^  ^Wj^L/  <^^fc       ^  ^V/ 

r*rrm.*A/*cP  a^J.  Jm      ^  q&cs* 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS-14 


DISTRICT:  JVjQ 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       S'Jo'  8<*> 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH: 
COUNTY: 


8Mfi-Q-PASS  -t/e.uro 
 QtZ  

 mi  


CONTRACT  TIME: 


2.ZO  /  /Z 


ORDER  TO  PROCEED  DATE:  fi-2-7~S^ 

%  COMPLETE:   £^  

%  TIME  USED:   o~>?  

NO.  MEN  EMPLOYED: 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:  $  /.S&0}  Z'iZ-Ll 
CONTRACTOR:  A? I  rWX^.V, 

FROM  (town):      fa2  g  ^„  s>  f  M /- 
AWARD  DATE: 


DATE  WORK  STARTED: 


9-  /9-3f 


PROBABLE  COMPLETION  DATE:  Q~-/-<S^ 
NO.  DAYS  WORKED  PER  WEEK:  S' 
NO.  SHIFTS  PER  DAY:  / 

NO.  HOURS  PER  SHIFT:  fi-/Q 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:     <^T,  TELEPHONE: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:       9  ADDRESS: 


GENERAL 


Pat  J — — -jdjUVZtS&l* — fern  jf?Ci  car  U  CL^vO  rcca,  h  IS  J>a 

a  if  (SjitJxe.  jbrf?  /y-Jo-pjT.    /Cosher  r*s  n  -J-L^ 

^Ugffi — fas.  trf/firCrrl  clJl  /o-fter  &Ldb*  Ja&iEm 

^V^yi0  m  //I  £  ■   ^ 

LkmuS^MJl.    A/o  u^gs/t 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS- 14 


DISTRICT:   G-^e^f  fats 

CONSTRUCTION  PROGRESS  REPORT 

FOR  THE  PERIOD  ENDING:     SenfLuJ*^  2 

f  J 

PROJECT  NO.:     #/f  qpg  7  Cd)   CONTRACT  AMOUNT:     $  /C^    Q  £~Q 

PROJ.  NAME:    Qry  /=jrk  &&g»s  &lJ$*  CONTRACTOR:     M^Ia/T^  C*4s£ 

LENGTH :   BrJy    £  A^oar^c  FROM  (town):       <?re*JT  FcJ/*  

C0UNTY:   pe«Jer?A    AWARD  DATE:       X.*e    £  /9 ££j 

CONTRACT  TIME:  %g  DATE  WORK  STARTED:     Jl/y  /  /9/?<T 

ORDER  TO  PROCEED  DATE:    TJ*  £  PROBABLE  COMPLETION  DATE:    fy/;  /? 

%  COMPLETE:   2-   NO.  DAYS  WORKED  PER  WEEK:  g~ 

%  TIME  USED:  PTJ   NO.  SHIFTS  PER  DAY:  / 


NO.  MEN  EMPLOYED:         /?  — /o  NO.  HOURS  PER  SHIFT:   ff 

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:    &     7LuU£**L  TELEPHONE :        -y  2  7 '  -  4^  j7   

NO.  OF  ENG.  PERSONNEL  EMPLOYED:     J_       ADDRESS:     J^£_  //,'aj( 


GENERAL: 


T 


So 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS- 14 


DISTRICT: 


Great  Falls 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:          A..g,,<;t  7fi,  IQfiq 


PROJECT  NO. 
PRO J.  NAME: 

LENGTH:   

COUNTY: 


S.M.P.  0799-85  

Maintenance  Stockpiles 


Various 


CONTRACT  TIME : 


IPO  Working  flay*; 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  60S; 
%  TIME  USED:  68% 
NO.  MEN  EMPLOYED: 


4-1 6-85 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:  $  47^,700.00  

CONTRACTOR:  Kon i tz  Contracting 

FROM  (town):  Lew is town.  MT 

AWARD  DATE:  March  11.  1985 


DATE  WORK  STARTED:       May  20 r  1985 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


Oct.  1 .  1985 
5 

1  


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      u,mm^k^i^    TELEPHONE:   

7-U        ADDRESS :   


Hammerhacker 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


278-794*1 


P.O.  Box  1240 


Conrad.  MT  59425 


GENERAL :   Contractor  began  crushing  operations  7~29~85  at  the 

 nutfnn  pit  No.   0431  13  and  CCUStjed  out  5?ftq  tons  of  out  of 

 spec,  material.    Moved  to  Choteau  pit  while  searching  for 

 new  source  for  the  Dutton  stockpile.  


 Contractor  moved  to  the  Choteau  pit  No.  043137  8-7-85 

and   rompletpH  crushing    ln^nn.nn-   tonsfi-26-fic; .  


 Contractor  moved  crusher  to  Bowmans  Corner  pit  No.  043107  and 

began  crushing  operations  8-27-85.  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS- 16 

DISTRICT: GREAT  FALLS-3130 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     August  28,  1985 

PROJECT  NO.:        M  5212(1)   DATE  SURVEY  AUTHORIZED:  9-17-81 

PRO  J.  NAME:   GREAT  FALLS-SOUTH  ARTERIAL   DATE  WORK  STARTED:  12-10-81  

LENGTH:   8.9  Miles   ESTIMATED  COMPLETION  DATE:  ???????? 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:       Robinson   TELEPHONE:   727-4350  

NO.  PERSONNEL  ASSIGNED:         0   %  COMPLETE:   46% 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2916 


CMS-16 

DISTRICT:     Great  Falls  3130 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  8/30/85  

PROJECT  NO.:     BRS  396-1(1)9   DATE  SURVEY  AUTHORIZED:  2/22/85 

PRO  J.  NAME:      Near  Savoy   DATE  WORK  STARTED:   

LENGTH:       Bridge  Structures   ESTIMATED  COMPLETION  DATE:   

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:     Gordon  Treftz  TELEPHONE:  265-6821  

NO.  PERSONNEL  ASSIGNED:    %  COMPLETE:  0% 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CMS-16 


DISTRICT:       Great  Falls  3130 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  8/30/85  

PROJECT  NO.:       RS  338-1(1)7   DATE  SURVEY  AUTHORIZED:  9/14/84 

PROJ.  NAME:   North  of  Harlem  -  Hogeland  DATE  WORK  STARTED: 

LENGTH:  8.8  miles   ESTIMATED  COMPLETION  DATE:   

DATE  SUBMITTED  TO  DISTRICT: 

PROJECT  MANAGER:       Gordon  Treftz  TELEPHONE:  265-6821  

NO.  PERSONNEL  ASSIGNED:    %  COMPLETE:  0% 

DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CMS-16 


DISTRICT:      Great  Falls  3130 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  8/30/85 


PROJECT  NO.:       RS  338-1(1)   DATE  SURVEY  AUTHORIZED:  9/14/84 

PROJ.  NAME:  North  of  Harlem  -  Hogeland    DATE  WORK  STARTED:   

LENGTH:        6.4  miles 


  ESTIMATED  COMPLETION  DATE: 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:    Gordon  Treftz  TELEPHONE:  265-6821 


NO.  PERSONNEL  ASSIGNED: 


%  COMPLETE:  0% 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CMS- 16 


DISTRICT:   GREAT  FALLS-3130 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     August  28.  1985 


PROJECT  NO.:     R.S.  330-1(1)  0 


DATE  SURVEY  AUTHORIZED: 


PRO J.  NAME:     ULM  SOUTH-(MID.  SECTION)     DATE  WORK  STARTED:  11-14-84  

LENGTH:   5.3  MILES   ESTIMATED  COMPLETION  DATE:  ????????? 


DATE  SUBMITTED  TO  DISTRICT: 
PROJECT  MANAGER:         Robinson  TELEPHONE: 


727-4350 


NO.  PERSONNEL  ASSIGNED:  0 


%  COMPLETE: 


50% 


???????  —  Pending  availability  of  D.O.H.  Land  Surveyor  to  re-establish  section  corners 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2916 


CMS- 16 

DISTRICT:   GREAT  FALLS-3130 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        August  28.  1985 

PROJECT  NO.:       R.S.  330-1 (6)  0  DATE  SURVEY  AUTHORIZED: 


PRO J.  NAME:    ULM  SOUTH  (NORTH  SECTION!     DATE  WORK  STARTED:  11-28-83 


LENGTH:  6.5  Milps   ESTIMATED  COMPLETION  DATE:  ????????? 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:     Robinsnn   TELEPHONE:   727-4350  

NO.  PERSONNEL  ASSIGNED:  Q  %  COMPLETE:   76% 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2916 


CMS-16 


DISTRICT:     Great  Falls  3130 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  8/30/85 


PROJECT  NO.:      BRS  241-1(3)11   DATE  SURVEY  AUTHORIZED:  2/22/85 

East  Fork  Wayne  Creek 
PROJ.  NAME:       n.E.  of  Harlem   DATE  WORK  STARTED:  


LENGTH:      Bridge  Structure   ESTIMATED  COMPLETION  DATE: 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:       Gordon  Treftz  TELEPHONE:  265-6821 


NO.  PERSONNEL  ASSIGNED:    %  COMPLETE:  0% 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CMS-16 


DISTRICT:  GREAT  FALLS-3130 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      Aug.  28,  1985  

PROJECT  NO.:     R.S,  ??R-?(S)  30  DATE  SURVEY  AUTHORIZED:  12-22-83 

5  Miles  South- 

PROJ.  NAME:  Fnrt  Rpnton  South  DATE  WORK  STARTED:  1-15-85 


LENGTH:   10.0  Miles  ESTIMATED  COMPLETION  DATE:  12-31-85 


DATE  SUBMITTED  TO  DISTRICT: 


PROJECT  MANAGER:     Robinson  TELEPHONE:  727-4350 


NO.  PERSONNEL  ASSIGNED:       0   %  COMPLETE:  1% 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2916 


/6f 


CMS-16 

DISTRICT:  £.//^?/A 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  3/  /9fS^ 

PROJECT  NO.:    ££  ZZ#-Z(&  Z2-       DATE  SURVEY  AUTHORIZED:  /ft^cl ?5 

PROJ.  NAME:  J„JMjJ  DATE  WORK  STARTED:  

LENGTH:   Z*.  V    ESTIMATED  COMPLETION  DATE:   

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:    A^/  ^SSiM^J  TELEPHONE:  

NO.  PERSONNEL  ASSIGNED:    %  COMPLETE:  -  £>  - 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CMS-16 

DISTRICT:  g/ 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:    >£W  <3/ 

PROJECT  NO.:    /"  fo-/  (z)3  DATE  SURVEY  AUTHORIZED:  /fa,/z%/<?fe 

PROJ.  NAME:    //fr/^yf.  ' &d>J    DATE  WORK  STARTED:   

LENGTH:  f\r\lle.A   ESTIMATED  COMPLETION  DATE:   

DATE  SUBMITTED  TO  DISTRICT: 
PROJECT  MANAGER:   A/p/ /jaJS^J  TELEPHONE: 


NO.  PERSONNEL  ASSIGNED:    %  COMPLETE:  -  - 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

AS 


CMS-16 


DISTRICT:     r,r^t  va^^s 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      September, 2 r  1985 

PROJECT  NO.  :      F  24-4(5)56   DATE  SURVEY  AUTHORIZED:      July  23.  1985 

PROJ.  NAME:    Helmville  Junction  -  East     DATE  WORK  STARTED:     August  19.1985 

LENGTH :  12.2  Miles   ESTIMATED  COMPLETION  DATE:    Juiv  86 

DATE  SUBMITTED  TO  DISTRICT:  _  

PROJECT  MANAGER:     Walter  n.  Sm<i-h  TELEPHONE:  264-^10  

NO.  PERSONNEL  ASSIGNED:  &  %  COMPLETE:  i|  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CMS-16 

DISTRICT: 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:    /?L,<C  ^3/, 

PROJECT  NO.:    J&f^>3(jZb  7#        DATE  SURVEY  AUTHORIZED:   -Sc/S^  &L  /  ?  f</ 

PROJ.  NAME:  -/^/,a/Co/*/      DATE  WORK  STARTED:   

LENGTH:       /V/#     S7X.  ^rtPPS.         ESTIMATED  COMPLETION  DATE:   

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:  a/,^ aS**ipA;*J  TELEPHONE:  

NO.  PERSONNEL  ASSIGNED:    %  COMPLETE:  -  &  - 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CMS-16 


DISTRICT:    Great  Falls 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      September, 2T  1985 


PROJECT  NO.:       RF  24-3(3)76 
PRO J.  NAME:      Rogers  Pass  -  East 
LENGTH: 


DATE  SURVEY  AUTHORIZED: 
DATE  WORK  STARTED: 


ESTIMATED  COMPLETION  DATE:    0ct.  15r  1Q8S 


DATE  SUBMITTED  TO  DISTRICT:        August  23.  1985 

TELEPHONE:  264-5310 
NO.  PERSONNEL  ASSIGNED:  4-  %  COMPLETE:  997. 


PROJECT  MANAGER:    waiter  n.  Smith 


Survey  complete  except  for  possible  further  section  line  ties. 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:  ^//^C. 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  ty/s/fST 


PROJECT  NO. :  Z/-//jr)~? 


C 


PROJ.  NAME:    xgg  £oL& 

 €2jJL  majes 


DATE  SURVEY  AUTHORIZED: 
DATE  WORK  STARTED: 


LENGTH: 


ESTIMATED  COMPLETION  DATE: 


DATE  SUBMITTED  TO  DISTRICT: 


PROJECT  MANAGER:  ^2g>g&£&  A  ^/JOtl  TELEPHONE:  79 '5/ 
NO.  PERSONNEL  ASSIGNED:  %  COMPLETE:   ST 


DISTRIBUTION: 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221E 


A7 


CMS-16 


DISTRICT:     Great  Falls  3130 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  8/30/85 


PROJECT  NO.:     F  1-7(4)430   DATE  SURVEY  AUTHORIZED:  8/17/84 

PROJ.  NAME:       Fort  Belknap  -  East  DATE  WORK  STARTED:  12/3/84  

LENGTH:  16.3  miles   ESTIMATED  COMPLETION  DATE:     Aug.  1986 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER :     Gordon  Treftz  TELEPHONE:  265-6821 


NO.  PERSONNEL  ASSIGNED:      _0   %  COMPLETE:  45% 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CMS-16 

DISTRICT: 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  /9f5 

PROJECT  NO.:   tfff/-  VCti)  30f>  DATE  SURVEY  AUTHORIZED:    /jj,  £2  /9f-5 

PROJ.  NAME:   A/a FL.  SO*     DATE  WORK  STARTED:  

LENGTH:  /V^g  S 4/9**.  ESTIMATED  COMPLETION  DATE:   


DATE  SUBMITTED  TO  DISTRICT: 


PROJECT  MANAGER:    aJ^  /  d&SljA} £eJ  TELEPHONE:   

NO.  PERSONNEL  ASSIGNED:    %  COMPLETE:  —d?- 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:  >S/3D 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     Je^/  /  9<9 S~ 

PROJECTNO.:  ^  /- 3  fe)  ^2S  DATE  SURVEY  AUTHORIZED: 
PROJ.  NAME:  J?/r>u)rtiHc  '       7^/3gh/c    DATE  WORK  STARTED: 


LENGTH :   .2  2.  ,5"   ESTIMATED  COMPLETION  DATE: 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:     ^  &/?QoS ^  TELEPHONE:       33 J&/ 

NO.  PERSONNEL  ASSIGNED:  O  %  COMPLETE: 


£0&rk~  or?  -Tfr/s  S?r-*J<r^  T^tS  rffo^/Uf  fori* 4 

DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


CMS- 16 


DISTRICT:  /Cy//s 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  3/ 


PROJECT  NO.:    7^/^  7(^3^3        DATE  SURVEY  AUTHORIZED:  /  ZL 

PROJ.  NAME:  a/&4/ *  f  /jwud DATE  WORK  STARTED: 

LENGTH:  /9/,/e.S   ESTIMATED  COMPLETION  DATE:   

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:  ^Sjf^^J  TELEPHONE: 

NO.  PERSONNEL  ASSIGNED:    %  COMPLETE:  -  ^ 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:  Glendive  4130 


DISTRICT  DESIGN  PROGRESS  REPORT 


FOR  THE  PERIOD 

ENDING:     August  27, 

1985 

PROJECT  NUMBER  &  NAME 

DESCRIPTION 

M-HRS 
NEXT      USED  THIS 
MILE-  REPORT 
STONE  PERIOD 

% 

COMP 

EST 
COMP 
DATE 

0128    F  26-1(1)3 

Sidney  -  North  Dakota  Line 

Gr. ,  Gravel,  PMS 
And  Structure 

Final 
Design 

12 

70% 

10/31/85 

0626    F  39-1(15)4 
Lame  Deer  -  North 

PMS  Overlay 

Final 
P.I.H. 

49 

25% 

11/01/85 

0607    F  18-1(2)1 
Miles  City  -  Northwest 

PMS  Overlay 

Final 
P.I.H. 

24 

20% 

12/01/85 

0599    FR  1-10(12)639 
Culbertson  -  West 

PMS  Overlay 
&  Widening 

Final 
Design 

70% 

12/01/85 

0829    F  1-8(6)500 
Saco  -  East 

PMS  Overlay 

&  Major  Widening 

Prelim. 
P.I.H. 

58 

10% 

03/01/86 

0681    RS  247-1(1)0 
Webster  -  East 

GS. 

Final 
P.I.H. 

0% 

09/01/86 

0830    RS  438-1(4)0 
Nashua    -  North 

PMS  Overlay 

Comp .  of 
Survey 

0% 

10/01/86 

0595    F  25-1(6)0 
Circle  -  North 

PMS  Overlay 

&  Major  Widening 

Final 
P.I.H. 

34.5 

55% 

11/01/86 

0675    RS  344  -1  (5)29 
7.5  Miles  West  of  Froid 

PMS  Overlay 
&  Widening 

Prelim. 
P.I.H. 

5% 

12/01/86 

0828    F  57-6(2)281 
Circle  -  East 

PMS  Overlay 

Comp. 

of  Survey 

0% 

12/01/86 

0529    BRF  42-3(6)73 

S.  of  Glasgow  (Milk  River) 

STR.  and  APPS. 

Prelim. 
P.I.H. 

75.5 

15% 

06/01/87 

0796    RS  517-1(1)0 
Coalridge  -  West 

PMS  Overlay 

Comp. 

of  Survey 

0% 

07/01/87 

0596    F  42-3(7)59 
Fort  Peck  -  Glasgow 

PMS  Overlay,  Major 
Widening  &  STRS. 

Comp. 

of  Survey 

0% 

10/01/87 

0585    F  62-2(6)12 
S.  of  Culbertson 

G. ,  GS. ,  PMS. 
&  STRS. 

Comp. 

of  Survey 

0% 

06/01/89 

0767    M  5008(1) 

Sarg.  Ave.  &  Allard  St.-Glv. 

G.,  GS.,  PMS., 
STM-SWR.  &  S-Walk 

Prelim. 
P.I.H. 

5% 

07/01/90 

TOTAL    =      253  Hours 

DISTRIBUTION:     ORIGINAL  -  CONSTRUCTION  BUREAU 
CC  -  DISTRICT  OFFICE 

ORIGINATING  OFFICE 

RW/tle/U/BKUP 


DISTRICT:  d^/e* 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:   /?y<jaS'/~  27f  J?0*T 

PROJECT  NO.  ■JTgcOQg^)? /=b&Q )  CONTRACT  AMOUNT:     $  /         3.  /^^Z  .  0Q 

PRO  J.  NAME:     toei*  /?    S^z/^s  CONTRACTOR:  Alorjc!^  f  <?SLVQod 

LENGTH:    FROM  (town):  /=a.//s  /V7T 

COUNTY:     Various     <?ou*Ji'^s  AWARD  DATE:  //-S~S</  

CONTRACT  TIME:  /30       g/.  Q.  DATE  WORK  STARTED:  Z/-  /-  SS~~ 

ORDER  TO  PROCEED  DATE:      3-/-  PROBABLE  COMPLETION  DATE :  /&-  SC ' 

%  COMPLETE:   NO.  DAYS  WORKED  PER  WEEK: 

%  TIME  USED:  <£<^>   NO.  SHIFTS  PER  DAY:   / 


NO.  MEN  EMPLOYED:  /jg,   NO.  HOURS  PER  SHIFT:        #  rjo  JQ 

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE: 

PROJECT  MANAGER:  £py*/<e-  TELEPHONE:    36>S~-  ^3  77  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:     &/<r+r c/s*<^.    /*77j  JT?330 


GENERAL: 


done  y^'/-Z-  rjcr^s  ^S/^t?  at/  g^/tg 

DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221F 


CMS- 14 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 


PROJECT  NO. :  St/)/,  f&Jtf'k 

PROJ.  NAME:  /W/zT.* 

LENGTH :   //&.  3  jjj/fs 

COUNTY:     Jf/X  f!ntJjjh£S 
CONTRACT  TIME:  firip/gfej 
ORDER  TO  PROCEED  DATE: 

%  COMPLETE:  //QQ  

%  TIME  USED:   

NO.  MEN  EMPLOYED:      2S  /£>  a/3 


CONTRACT  AMOUNT:     $  /,  39^67^00 
CONTRACTOR:   3Ai7gU5C.h  ds/ste.  &/A#- 

FROM  (town):  //a^^  

AWARD  DATE:      /)fje/L  SJ 

DATE  WORK  STARTED:         S'9-  <f  S" 


S  To  & 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 
NO.  SHIFTS  PER  DAY:         /  72?  3 
NO.  HOURS  PER  SHIFT:  \//?g/0U£ 


ACTUAL  COMPLETION  DATE:  3'23-££ 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

TELEPHONE: 
ADDRESS: 


PROJECT  MANAGER:   J)t.  Dd£ofA*£ 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  S 


J)ddSM  /TIT.  59524 


GENERAL 

/OA/  gfadzeS:  err  37 


£7f  27-3f3)£S  MidmS^J^tM  IfcL  &2.  AtsL  ^'^/ 
qju  <8bM*  *£mkd  dad  ^^Asl  £ZE  Z9 
,  f/3ty/i<?e  -//^S  a/S  /?-  /Vy  _  Jfjp/t*/  erf  st-  7f7)s/7  ^Imid/uc 

ALL  rAtr  .jT&IjL  f<  /a/  thuJeAcV. 

all  ire/*!  /a/  z&z  &Si&£  Mil 


A 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS- 14 


DISTRICT:      £L  endive 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       August  21 t  1Q8S 

PROJECT  NO.:  RTF-HSS  1-10  04)  64b 

PRO J.  NAME:  bainville-West  

LENGTH:  

COUNTY:  Roosevelt  

CONTRACT  TIME:   bO  \m  

ORDER  TO  PROCEED  DATE:  .^pril  16,  1QCs 

%  COMPLETE:   j  

%  TIME  USED:  44  

NO.  MEN  EMPLOYED:   ^  

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:         Baldvin   TELEPHONE:   787-S701 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:   P.O.  cqx  5 

 Culbertson 


GENERAL :   ..'or*,  began  on  the  project  or:  ,iu  u  t  b.  1QrS  with  >-Tcdi  g 

 o,;er-  tions  on  bac^r-lope  and  'litch  clearing  of  a  2CX  0 '  section 

 in  i..ile  6.     11  man  kt  vel  crew  be^an  crusniriK  and  stoci- oiling 

 pi  nt  uix  aggregate  on  August  19r  1Qf  r>.     Itecis  and  percent 

 complete   ire  as  folio  . 3;    Unclassified  Kxcavation-2b£;  Dozer 

_  Hours-l6#:Trafric  Gontrol-1  p:-J:  Plant  hix  a,  ^Te«.----te-7S^.  


CONTRACT  AMOUNT:     $  1.011.12s  

CONTRACTOR:   Portable  Payers 

FROM  (town):   i»iiles  '"itv 

AWARD  DATE:   Febr^ry  H,  1Q»S 

DATE  WORK  STARTED:        A,  fri,K+,  ft(  iqRr 
PROBABLE  COMPLETION  DATE:  Juaa  j f  ygjfc 
NO.  DAYS  WORKED  PER  WEEK:  c 

NO.  SHIFTS  PER  DAY:   ■) 

NO.  HOURS  PER  SHIFT:  in 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        S-Z"?- <9*T 


PROJECT  NO 
PRO J.  NAME 
LENGTH: 
COUNTY: 


:      RTF  ?Q-2.fg)33 

9-  o  

X?  /  C  H  L  A  £J   


CONTRACT  AMOUNT:  $  ^ojy,  S~Vl .  «3 
CONTRACTOR:      l°*.,„c<T   I «e  ,  


CONTRACT  TIME: 


FROM  (town) :  f\^^sih  Mo^T.  P  o  &y  553t7 
AWARD  DATE:        JH>I<  /<?  nr 

DATE  WORK  STARTED : 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  O 
%  TIME  USED:  O 


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:  A///4 


3Cr£T~  It'll 


PROJECT  MANAGER:    fe-.^J    fl&  il^  TELEPHONE: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:       C/e^dya.  Alo^ia^o, 


£5  *3t> 


GENERAL: 


UJosci  A. 


f 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


CMS-14 


DISTRICT:     *7/3c>  dl^et^e 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     Ag» ,  Zl}  Wgg?' 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH: 
COUNTY: 


/f/c/JljQ/vt? 


CONTRACT  AMOUNT:     $^  V^^^ 

CONTRACTOR:     /J/L  ?  

FROM  (town): 
AWARD  DATE: 


CONTRACT  TIME:  QAy  5 


DATE  WORK  STARTED:  — . 


ORDER  TO  PROCEED  DATE:   M&£  /SSufc/ 

%  COMPLETE:  O  

%  TIME  USED:  _ss  


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE:  Q^T  j&l2S& 

NO.  DAYS  WORKED  PER  WEEK:   

NO.  SHIFTS  PER  DAY:  —  

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE:   


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:  —  

TELEPHONE 
ADDRESS : 


//,  teen. 


PROJECT  MANAGER: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


GENERAL:    &Jsjhk^Aa    /TSw  ~  7«T  %  &*~*>p/*/e  

gjjiem  -  t  i£cJ&m£a£s  VS'oF  7S7Z  &g>  &  &  fh/e 

6<»  C "7S72-'  or  2-^  d&  6,n;  H")  egy  Z?^  i&kuJjt&aL 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


// 


CMS-14 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     ft-  Z~7~  ?S~ 


PROJECT  NO.:  F_  ^l£l£[j^£^! 

PRO  J.  NAME :  ^^g^gg 
LENGTH: 
COUNTY: 


CONTRACT  AMOUNT: 
CONTRACTOR:  ■ 

FROM  (town) :   

AWARD  DATE: 


CONTRACT  TIME: 


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   

%  TIME  USED:   

NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  Jt^ZJj^J  

Np.  OF  ENG.  PERSONNEL  EMPLOYED:  / 


TELEPHONE : 
ADDRESS : 


GENERAL: 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS- 14 


DISTRICT: 


Glendive 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      August  27.  1  j§5 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH:  _ 
COUNTY: 


E  22- 7  CJJ  81 


Culbertaon-i.orth 


7.3  Hies 


Roosevelt 


CONTRACT  TIME: 


100  ViD 


ORDER  TO  PROCEED  DATE:  April  16,  1Qffo 

%  COMPLETE:   q  

%  TIME  USED:   62 


NO.  MEN  EMPLOYED: 


Jl7_ 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT: 

CONTRACTOR:   

FROM  (town): 


1,060,641 


Baltrusch 


Havre 


AWARD  DATE: 


DATE  WORK  STARTED: 


August  ?1  ,  jCjffo 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


Jung  1 ,  1386 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  Baldwin   TELEPHONE: 

3  ADDRESS: 


787-5701 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


KO.  box 


Culbertnnn 


GENERAL: 


 Gr  yel  sub-contractor  i.ioved  into  t>.P    ■it  srri  hfigaa  

crus-iriR  and  st^c1  -uiUng  pi  nt  mix  »...  re,  pte  on  August  21  ,  1 

Items  and  percent  co  rplete  are  as  foli  os;  Klant  mix  >,rfr<v  t.P  T^. 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT: 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      4uc,^  /  /?&£ 

PROJECT  NO.  :  f.2?*!!?1      jj  S  CONTRACT  AMOUNT:     $  V ' Z£> 

PRO  J.  NAME:    Mil— Pity         Mt|»t  Cl>  CONTRACTOR:    /A>A^^^Sl<  SJ^A*c/£>^ 

LENGTH :  OZtAl   FR0M  (town):      /g?/-,#Wr.  <g2ZZ 

COUNTY:        &6i^£L   AWARD  DATE:  ^/y^   

CONTRACT  TIME:  &  J.  p  DATE  WORK  STARTED:  7-/9-t9^ 

ORDER  TO  PROCEED  DATE:  PROBABLE  COMPLETION  DATE:  -v- 


%  COMPLETE:        /&Q   NO.  DAYS  WORKED  PER  WEEK: 

%  TIME  USED:        99  NO.  SHIFTS  PER  DAY: 


NO.  MEN  EMPLOYED:  NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE:  7-/9SS 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:      7 -/?-££ 
EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  S/£ue*/  TELEPHONE:  Z3^-/&?^  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:      TDe^-/.  o-f  j4^UAcU6ys 

general:   ~725q         mmfj&jamdt4&  ^  -z/?s7^/ Z22c 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/22 IF 


DISTRICT:  t^&^U^sc^ 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 

PROJECT  NO.:    Z&ZS' <&&-jZ/5 )<&/  CONTRACT  AMOUNT:     $  J^^^^^f/2^ 

PRO  J.  NAME:  ^/^h^^  CONTRACTOR: 

LENGTH:  /?  ^/^^  FROM  (town):     ^2^^^ST ,4%>*/??2#t4 

COUNTY:   /^Aft^Z?  AWARD  DATE: 

CONTRACT  TIME:  //JS/  DATE  WORK  STARTED:  y^^'jf^ 

ORDER  TO  PROCEED  DATE:  /^^^^  PROBABLE  COMPLETION  DATE:  '-jg&--<*&~ 

%  COMPLETE:    NO.  DAYS  WORKED  PER  WEEK:  ^^^> 

%  TIME  USED:    NO.  SHIFTS  PER  DAY:   / 

NO.  MEN  EMPLOYED:  NO.  HOURS  PER  SHIFT:       ^  ^  ? 

ACTUAL  COMPLETION  DATE:   ' 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:  — *  

EFFECTIVE  OPENING  DATE:  ^j^jg^gf 

PROJECT  MANAGER:.  V^f^  ^^g^^gfr-TELEPHONE:  ^k2^>  -  ^^gS" 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:     Jl£      ADDRESS:      ^^/Pj^P/^.  /%?*t/7Zfa<S 


GENERAL:     t&Sgjg&ja^L  —    /^M^  <gk<k^&§i%£. 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRIC 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 


PROJECT  NO.:  77f  g  ^-.^3Sj//S 
PRO  J.  NAME:  /J*)TH  AUJA  V ^ Id 

LENGTH :  / '</  Z  Aj/Ctt     

COUNTY:  5  7^7^ /oSclvd 

CONTRACT  TIME:  <?0  6(J .  Q. 

ORDER  TO  PROCEED  DATE: 
%  COMPLETE: 
%  TIME  USED: 


CONTRACT  AMOUNT:     %Zf  P7 %  %OS .  ^7 
CONTRACTOR :    H^YtEE  GxJSTft,  Sp  . 
FROM  (town):    /&/LL/A/c5^  H£EL 
AWARD  DATE: 

DATE  WORK  STARTED:       3  —  /  - 


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE 


PROJECT  MANAGER:    Q.  ^dea/j/J/tC/^tf^  TELEPHONE: 

/        ADDRESS:     /)^>7^'  & 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


GENERAL: 
Jul 


7 


7& 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  CYc* 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:         T /'j?  g 


PROJECT  NO. 
PRO J.  NAME: 

LENGTH:   

COUNTY: 


CONTRACT  AMOUNT 
CONTRACTOR: 
FROM  (town) 
AWARD  DATE: 


CONTRACT  TIME: 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:         SO  O 
%  TIME  USED: 


DATE  WORK  STARTED:      sJ-//6//P  1 


29 


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

HOURS  PER  SHIFT: 


NO 


ACTUAL  COMPLETION  DATE:  £2$* /#-r 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER: 
NO 


OF  ENG.  PERSONNEL  EMPLOYED:  / 


TELEPHONE: 
ADDRESS: 


GENERAL: 


/z3,/<$  I  


DISTRIBUTION:  WHITE  -  CONSTRUCTION  BUREAU  ' 
YELLOW  -  DISTRICT  OFFICE  '■ 
PINK  -  ORIGINATING  OFFICE 

3255-2914 

/2/ 


DISTRICT:  £X '  CF/^^/^c" 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        pr/z.  7/# S 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH:  _ 
COUNTY: 


_X/t*?^/-</(3  Z2&£$~    CONTRACT  AMOUNT:     $  Z,  Q6>7 s~//r  3 <T 
/?*&//r'Crc?v  r  CSASC-'-ot,  ^^vCONTRACTOR :       /fci^fT^/gC  C"  s^fCyf^T  S/f/C. 
<P>?  FROM  (town): 

AWARD  DATE: 


sffC  CTJ-    rs7~/f  spy. 


CONTRACT  TIME: 


p><7  c-O^P 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  g ' Q 
%  TIME  USED: 


NO.  MEN  EMPLOYED : 


DATE  WORK  STARTED:  3/kv/t?J^ 
PROBABLE  COMPLETION  DATE:  T/zJ?/$X 
NO.  DAYS  WORKED  PER  WEEK: 
NO.  SHIFTS  PER  DAY:  _ 
NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      J-^S/f-AfSOy  TELEPHONE: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:  <?c^ 


GENERAL: 


SCO  J1?, 


0  (T/^CZ  <c<S~% 


J?  /if  cr/fi/J^s^G 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 

/2i 


DISTRICT: 


Gl endive 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       August  27.  1985 


PROJECT  NO. 


BSaSB  C5j  11 


PROJ.  NAME:  nagm^r-Mnrth  Dakota  Line 
LENGTH:   h.5  .  a  1pR  

C0UNTY:   Sheridan  


CONTRACT  AMOUNT:     $      743. 049 
CONTRACTOR:         Earth  Builders 
FROM  (town):  Bismarck 
AWARD  DATE:  August  1.  19^ 


CONTRACT  TIME: 


6Q  WD 


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   q_ 

%  TIME  USED:   j_ 

NO.  MEN  EMPLOYED: 


August  23.  1985 
lUgHafc  ?6 ,  15385  PROBABLE  COMPLETION  DATE:      June  1,  1986 

  NO.  DAYS  WORKED  PER  WEEK:  6 

  NO.  SHIFTS  PER  DAY:   

?  NO.  HOURS  PER  SHIFT: 


1 


15. 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:         Rflirivnr,  TELEPHONE:  _ 

ADDRESS : 


 Baldwin  

NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


787-5701 


1.0.  Box  556 


Culbertson 


GENERAL :   Qjaaate]   arm.  oasd  into  the  pit  and  bet-: an  crus  ine  and  st.  cku i . 

 plant,  r.iiv  agfege*    tfi  DP   August  23,    19£5.     Pl.jfrt  ii.ix  /;  te  is 

 eaapla±e  to  rfat.p,  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS- 14 


DISTRICT:  <£££A/0)V€~ 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:   /)u<jos/~ J70£~ 

PROJECT  NO.  ./2S-  B&S  1 (3)  Q 

PRO  J.  NAME:   ^e/sjt/nsy-  /Vort^i 

LENGTH:  &  /M/Us  

COUNTY:  A>g   

CONTRACT  TIME:    £p     /US.  £>>  

ORDER  TO  PROCEED  DATE:  2C 

%  COMPLETE:   O  

%  TIME  USED:  <Q  

NO.  MEN  EMPLOYED:  —  

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:  /£<4? 

PROJECT  MANAGER:    J*<^1.  {pea/*-  TELEPHONE:     SCS~'  jggZZ 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    ^       ADDRESS:     ^</4r///^  ^T7H 


CONTRACT  AMOUNT:     $  7%jj£^S~<£ .  £19 
CONTRACTOR :  &3jj%L  /Jcr^        ^  * 

FROM  (town):    ^ijs/rr**fch  /V. 
AWARD  DATE:  7~  JZ^~  &5~ 

DATE  WORK  STARTED:   

PROBABLE  COMPLETION  DATE:  jT^  3Q 
NO.  DAYS  WORKED  PER  WEEK:  — 

NO.  SHIFTS  PER  DAY:   ~~ 

NO.  HOURS  PER  SHIFT:  ■ — 


GENERAL :     yt^  p>*eCcr**s sfi'<r+-^    <^g>.».,5^-Y-<r„^  g  <?.    no as    /t<e  /J  ggbi 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 

A* 


DISTRICT:    <&*>Sc/<  est? 


CONSTRUCTION  PROGRESS  REPORT 

ENDING       /U  ^/j^<^ 


PROJECT  NO.:   /?J  J  vV  /vj 
PRO  J.  NAME:  ^/^:7" 
LENGTH:         ^  ^  S 
COUNTY:  /foOjfiJs/S'' 


CONTRACT  AMOUNT: 
CONTRACTOR:  <r  -Z>£ 

FROM  (town):  /?0r*  iz/'A  /7/7T 
AWARD  DATE:      JTZsft  ^& 


CONTRACT  TIME:       /tfrf  W-  ZP- 


DATE  WORK  STARTED:    J^Sy  J 7- /?<#&~ 


ORDER  TO  PROCEED  DATE:   ^ jT-^^T" 

%  COMPLETE:   

%  TIME  USED: 


NO.  MEN  EMPLOYED: 


3iL 


PROBABLE  COMPLETION  DATE:  ^/C^V7^ 
NO.  DAYS  WORKED  PER  WEEK: 
NO.  SHIFTS  PER  DAY:  _ 
NO.  HOURS  PER  SHIFT:  S-J&rfi/0  as?  f*27'tPS* 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  L>/eA  TELEPHONE: 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  y- ^ 


6  J- J- 


ADDRESS: 


GENERAL:  tf/ 0  r  ft  ^  onj^s^  J   6  Z- ■'   Jrt^^.  .        ^  o '/6 ggfjL  4 


DISTRIBUTION: 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


CMS- 14 


DISTRICT:  c^/e^^/w-e, 

CONSTRUCTION  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING:  /loQus~f~  Z7.  /98£~~ 

PROJECT  NO.:^gj-  ^9-/^3)  2~  CONTRACT  AMOUNT:     %Z,gZC>,  72-S.  gg 

PRO  J.  NAME:  j57iqq*j  d*~~    /%y,'dcj^  CONTRACTOR :  Zf>J<?  J</>  ~  J7«r 

LENGTH:       ^        f      /T7/A    frey^  FROM  (towa)  :/2/asse  f=a//s,  W/StL. 

COUNTY:  #?C/d**ye.  cJ&Ujf&ZiL  AWARD  DATE:  X  Z   

CONTRACT  TIME:      jg/2    ^/  gj*jcg  DATE  WORK  STARTED:  3~/Z 

ORDER  TO  PROCEED  DATE:     2  V3  PROBABLE  COMPLETION  DATE:  g^jT^gT" 

%  COMPLETE:  /£>£>   NO.  DAYS  WORKED  PER  WEEK:  — 

%  TIME  USED:    NO.  SHIFTS  PER  DAY:   ^  

NO.  MEN  EMPLOYED:  • —  NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   ^_ 

EFFECTIVE  OPENING  DATE:  %^&§Z. 

PROJECT  MANAGER :  /t/,  ^^J&rscrrt _  /?.  £~,  TELEPHONE:  ^T7  2  -  <^?Z-f  /j Prcye^f^) 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:    J?_       ADDRESS:     //.  D.   tfiihu/*y  0<z.pt- 


GENERAL: 


d£>c     ^p-f~.    3    l9&£~  &     4&3o  P/TJ. 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS-14 


DISTRICT:  Glendive 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       auguat  ?7r  1985 

PROJECT  NO.  :         jMP  lQ?y-BS   CONTRACT  AMOUNT:     $  161.1% 

PROJ.  NAME:  Maintenance  Stockpiles  CONTRACTOR:   Eckart  

LENGTH:   q   FROM  (town):  Miles -City  

COUNTY:  °herid;m-Roo3evelt-Daniels  AWARD  DATE:  Ilaroh ■ 11 .  1985 


CONTRACT  TIME:  45  17D   DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE:    Aoril  l6r 

1985     PROBABLE  COMPLETION  DATE: 

October  15, 

%  COMPLETE:  q 

NO.  DAYS  WORKED  PER  WEEK: 

0 

%  TIME  USED:  ^ 

NO.  SHIFTS  PER  DAY: 

NO.  MEN  EMPLOYED: 

NO.  HOURS  PER  SHIFT: 

0 

ACTUAL  COMPLETION  DATE: 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE: 

PROJECT  MANAGER:  uaiHwin 

TELEPHONE:  7^,7-^,701 

NO.  OF  ENG.  PERSONNEL  EMPLOYED: 

3         ADDRESS:                  p.o.  iiox 

556 

Culhertson 


 Ko  ivork  by  ti  e  contractor  tnis  .r-'st  period.    The  pit 

Reclamation  Plan  is  in  the  process  of  re-np/rotiation  for 
the  Scobev  source.    The  contract  tine  wgjLgjj  &aj  ceased  on 
Jtuy  1  v:ill  be  res  iuea  on  Se  tember  9.  


i 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT:  Glzncl'wt. 


.    CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       August  2tl  I93S 


PROJECT  NO.:     smP  1133-BS 

PRO  J.  NAME:     manitcnonre.  ~SfccA/>;^s 

LENGTH:  A>fl 

trfieid  .  Pel 


COUNTY: 


Go  i 


.jre/eon  ,  Fallon  t- 


CONTRACT  AMOUNT:     $  HGS.oo 
CONTRACTOR:      &airru>nJ>     Camff.  Co. 
FROM  (town):      Haurc.  mt  S9SQI 
AWARD  DATE:        3-23 -3 S  


CONTRACT  TIME: 


jQ9  ui.D. 


DATE  WORK  STARTED: 


8-Q8-  8ST 


ORDER  TO  PROCEED  DATE:     ftprrl  16  J  l^3S 

%  COMPLETE:   A  

%  TIME  USED: 


NO.  MEN  EMPLOYED: 


M  


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

HOURS  PER  SHIFT: 


I 


NO. 


3  U 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

TELEPHONE: 
ADDRESS: 


PROJECT  MANAGER: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


/S3-IQSQ 


GENERAL :       GarfiJd     County     Pit:    Controcidr    <storhd    druAinj   on  Rugu*r8 

and     the,  haul  started  On     fiugu&f  32.       Rppro-ximotJg      -Sooo  Ten*  hpuc 

6e.cn     producd    uuith  ton*    hoJtd    to  ±h&.  •sjocJfp'Jt  •  

 Pe.frgle.um    Couoty    P.  f  t       TAjy    ^jortcd    crud»hj     on  August  £1  

and    kauc     product  J    appro*  i~mat~e,ly     Sooo  To/a.  

Xfe.n*    anal     7c    Compkh    aril      Haul     3%     .    '/s"  CT-S.    Grao><.   H  f) 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:        *J3  ° 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        3  -  Zl~  &  S~ 

PROJECTNO.:       g  ^  S  S~o^-f(i  \$  DATE  SURVEY  AUTHORIZED:   

PROJ.  NAME:     C*  kia    Cr£Stk    g*- •  DATE  WORK  STARTED:  (J^  l<i  S£_ 

LENGTH:  o ,  5~   ESTIMATED  COMPLETION  DATE:     4^  3*,  jS" 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:  TELEPHONE:  7,  C     -  lf7  7  

NO.  PERSONNEL  ASSIGNED:      V-  C  %  COMPLETE:  Ce>  O  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DI STRI CT :     Ccgs^O /yg" 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  1T\ .  HPS' 

PROJECT  NO.:     gj,    43?  -  I  (  4  j  ft     DATE  SURVEY  AUTHORIZED:       Z  ///  JfS~ 

PROJ.  NAME:      A/Wi//^  -  /i/Q/fr/V      DATE  WORK  STARTED:   

LENGTH:  )  Z .  '-I     /VI I  c  £  S  ESTIMATED  COMPLETION  DATE:     Z  //l/?C 

DATE  SUBMITTED  TO  DISTRICT:     % / Z.  8  f  g S~ 

PROJECT  MANAGER:   TELEPHONE:   - — -  

NO.  PERSONNEL  ASSIGNED:  %  COMPLETE:   Q  c/-v,  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:     C  l.<Ea/CH<S£ 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  %  ~)  .  /  9  f -S" 

PROJECT  NO.:  /gS  JZ3  -  I  (C^)c>  DATE  SURVEY  AUTHORIZED:  <J  /  <J  US' 
PROJ.  NAME:     £ K /*  1 4  Jt /I  -  So*J  rs/       DATE  WORK  STARTED:   


LENGTH:  ¥.  Z    /w/tcj   ESTIMATED  COMPLETION  DATE:  4/jo/sri 

DATE  SUBMITTED  TO  DISTRICT:     j7/ Z,f/fS~ 

PROJECT  MANAGER:      TELEPHONE:  

NO.  PERSONNEL  ASSIGNED:  *  "  %  COMPLETE:   O  Y*  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:      C-  t-  <jT*/o  ,  ^<r 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      /)  £/     .   2  1  .  I^jg^ 

■  ■■   ■      ^  1  , 

PROJECT  NO.:     BlZr   3ZO  -~Z  (t)s~     DATE  SURVEY  AUTHORIZED:       J  J,  J IS 

PROJ.  NAME:     /Q  '/T^^cay^/    C^ctC      DATE  WORK  STARTED:   

LENGTH:  Q.  V     ^7/<~es   ESTIMATED  COMPLETION  DATE:     V/j o/f£ 

DATE  SUBMITTED  TO  DISTRICT:  fJjLjJ_j£_ 

PROJECT  MANAGER:   TELEPHONE:   ^  ^  

NO.  PERSONNEL  ASSIGNED:         ^  %  COMPLETE:   O   


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:        i-  £*J D  j  v/^ 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      /=J  4J  £ .    Z  1  f  I  Sj£ 

PROJECT  NO.:     B/Z.S    ZIP  -  I  ji\  J?       DATE  SURVEY  AUTHORIZED:  /Z//j//V 

PROJ.  NAME:     M  £.    Of    /7 C  DATE  WORK  STARTED:   ^  

LENGTH:  O.  <±   slices  ESTIMATED  COMPLETION  DATE:  SJjjjlJ' 

DATE  SUBMITTED  TO  DISTRICT:  %/z 

PROJECT  MANAGER:      TELEPHONE:   ^1  

NO.  PERSONNEL  ASSIGNED:  %  COMPLETE:   O  °/o  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:  Cc£a/Q,^£ 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     /j  d  C  .   Z7  .  tS&gi 

PROJECT  NO.:      £5    Z6,/  -  ^  (/)z6    DATE  SURVEY  AUTHORIZED:     //J / 


PROJ.  NAME:      glC//C  4     Q      Q  c  .  c/^e  DATE  WORK  STARTED:   

LENGTH:  ~7.  V  '  c  C  S  ESTIMATED  COMPLETION  DATE: 


2  U  7 


PROJECT  MANAGER: 


NO.  PERSONNEL  ASSIGNED: 


DATE  SUBMITTED  TO  DISTRICT:     f/'Z.  g  I  £J? 

TELEPHONE :   

%  COMPLETE: 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:     C  I.  £.  aj D  i  J€ 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      flcJc, .  7.7,.  /^W 

PROJECT  NO.:     £J±    g^jl  -  <  (  I  )  Q      DATE  SURVEY  AUTHORIZED:     c1  ill  //V 

PROJ.  NAME:     is/c&S7-££  -  e/lsT       DATE  WORK  STARTED:   

LENGTH:  6».Z    svi/t-CS   ESTIMATED  COMPLETION  DATE:  //^/frd, 

DATE  SUBMITTED  TO  DISTRICT:        f  /z^/r^~ 

PROJECT  MANAGER:    '   TELEPHONE:  

NO.  PERSONNEL  ASSIGNED:  %  COMPLETE:  Q  °/o  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:  CcC^/0/V£- 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      /} <J 6, .    Z.7,   /  9  f  jT 

PROJECT  NO.:     /?  S     Z  V  JT  -  /  (H^iS   DATE  SURVEY  AUTHORIZED:      C?/z7  /  N 

PROJ.  NAME:     Rfld S<ET  TT    -  £  € c*/    DATE  WORK  STARTED:   

LENGTH:  ~|  .  %    /w/cfJ.  ESTIMATED  COMPLETION  DATE:  ZLtLlJl'1 

DATE  SUBMITTED  TO  DISTRICT:  $) 1  Z.S  I ' f  S~ 
PROJECT  MANAGER:  TELEPHONE:    '  


NO.  PERSONNEL  ASSIGNED:  -**>-*  %  COMPLETE:   O  V« 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:     C  c  £.  a;  P /  s/dT 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      RiJC.    Z~l  f  I  9^^T 

PROJECT  NO.:    JZ  £  ^  /       Z3l~     DATE  SURVEY  AUTHORIZED:  S/^ilfS" 

PROJ.  NAME:   uJifi^A   -  <f<4-sr  \  o*/€  f  DATE  WORK  STARTED:   

LENGTH:  I  £ .1.  £1  ESTIMATED  COMPLETION  DATE:  IjJjJlJj* 

DATE  SUBMITTED  TO  DISTRICT:      g  /z  g  //f 

PROJECT  MANAGER:   TELEPHONE:   ^  

NO.  PERSONNEL  ASSIGNED:  <T  %  COMPLETE:   O  Vv  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:     C>LL*J  D.Vc 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      /} U 6    Zl  jqg-T 

PROJECT  NO.:     JL  £  ^JjjzJj  ( ^  <>)  iZ?     DATE  SURVEY  AUTHORIZED:  Z./zc/?S~ 

PROJ.  NAME:     AO / c  C S  C  / -r /  -  <>✓ r~  DATE  WORK  STARTED:   

LENGTH:  Q.  /  /     €  S  ESTIMATED  COMPLETION  DATE:  JjJ^cJjS 

DATE  SUBMITTED  TO  DISTRICT:       &  /  Z-Z  Jg  S 

PROJECT  MANAGER:   TELEPHONE:  

NO.  PERSONNEL  ASSIGNED:  %  COMPLETE:   <3  r/g  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:  £,L£/^0^£ 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      /)  d  C  .  /^f-T 

PROJECT  NO.:      f  S 1  -  C  (  Z-  ^  Z  fO  DATE  SURVEY  AUTHORIZED:       Z  //  /  #  f 

PROJ.  NAME:       C.  /  £C  c€  -  £/1S  7~       DATE  WORK  STARTED:   

LENGTH:  /  ~l  .  I     rxi  /C«T.S 


ESTIMATED  COMPLETION  DATE:  *jJ*4T.J?4L 


DATE  SUBMITTED  TO  DISTRICT:  _&Jj=llU^ 

PROJECT  MANAGER:    '  TELEPHONE:   

%  COMPLETE:   


NO.  PERSONNEL  ASSIGNED: 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT: 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  ^Z7-<g^ 


JT7 

PROJECT  NO.:  -S  f?)  f?L       DATE  SURVEY  AUTHORIZED: 

PROJ.  NAME:     ^,4^    Gn4  4 toesT     DATE  WORK  STARTED:  Kg' 

LENGTH:  /<$    ESTIMATED  COMPLETION  DATE:  /fft" 

DATE  SUBMITTED  TO  DISTRICT:  B '  Z-l-K^ 


PROJECT  MANAGER 
NO.  PERSONNEL  ASSIGNED 


Jyrn    {Qxoifc         TELEPHONE:  -   Z8  7? 

^  -S~       %  COMPLETE:   


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221E 


13b 


DISTRICT:  C^/Oi  V£ 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     /j U C .    Z  1.  t^WS 

PROJECT  NO.:     B£f  £ j  ~  3  (  i)lO      DATE  SURVEY  AUTHORIZED:       /  /  ) <  7  /  H 

PROJ.  NAME:      tJSZS     C /l^S  e  <-  DATE  WORK  STARTED:  

LENGTH:  O .  G-   /W/KfTX  ESTIMATED  COMPLETION  DATE:     J  /z  l  /£&. 

DATE  SUBMITTED  TO  DISTRICT:       S  lT_g  I  US' 

PROJECT  MANAGER:   ^   TELEPHONE:   '   

NO.  PERSONNEL  ASSIGNED:  "  "  %  COMPLETE:   O  Yc  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


PROJECT  NO. 
PROJ.  NAME: 
LENGTH: 


DISTRICT: 


A-  c:  «.  ■ 


£  L 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  — 7*-   .  ' 


DATE  SURVEY  AUTHORIZED : 
DATE  WORK  STARTED: 


7.-7*  !?</ 


„   ESTIMATED  COMPLETION  DATE: 

DATE  SUBMITTED  TO  DISTRICT:  '  '  S 


PROJECT -MANAGER: 


NO.  PERSONNEL  ASSIGNED: 


/ 


TELEPHONE: 
%  COMPLETE: 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:    GhAJcf  J(/€ 


PRELIMINARY  SURVEY  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING:  ZI<f0etJr£.7,  /?<F^ 

^j^2z  JL/jSt£e.  2  DATE  SURVEY  AUTHORIZED: 

PRO  J.  NAME:     /$s///lAJA    ^QS7~  DATE  WORK  STARTED:  &/zc>/f<f 

LENGTH:  *2l^L   £&££~!L  ESTIMATED  COMPLETION  DATE: 


PROJECT  NO. 


DATE  SUBMITTED  TO  DISTRICT: 


PROJECT  MANAGER:  C>/?2j6/l/LjA(J&t  TELEPHONE:  /&93 


NO.  PERSONNEL  ASSIGNED:  %  COMPLETE:  Jd  y  * 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


DISTRICT:  %*jjd j/j/C 
PRELIMINARY  SURVEY  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING: 

PROJECT  NO. :  /</-  6//)Z57      DATE  SURVEY  AUTHORIZED:     AH  7'  jH_ 

PRO  J.  NAME:  PoPftl)P/A/e Oi/^LOCO'^kVL  WORK  STARTED:  gjfejsJg&L 

LENGTH:  fj   /U   ESTIMATED  COMPLETION  DATE:  /Z~&S^ 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:     D-  sS^M^&-  TELEPHONE :         Z 3C~  /&93 

NO.  PERSONNEL  ASSIGNED:       S~  %  COMPLETE:  /o   


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221E 


DISTRICT:  <5><L£rJD/s/£ 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      /I  U  C .  8 '£ 

PROJECT  NO.:     B<lf    /  -  lO  C  IS^Ctt  DATE  SURVEY  AUTHORIZED:      /  I  I  J?  1 8*4 

PRO  J.  NAME:     /?Q/\    £l  OCR.   C£.  '       DATE  WORK  STARTED:   

(£T.   O  f    B  Z  0  OK  7-  a  ~* 
LENGTH:  Q.~]    ^7  /  c  €  ±  ESTIMATED  COMPLETION  DATE:  jjJ^Jll 

DATE  SUBMITTED  TO  DISTRICT:     g/z£  /f-F 

PROJECT  MANAGER:   -  *  TELEPHONE:   ^-v- 

NO.  PERSONNEL  ASSIGNED:         -   %  COMPLETE:   O   


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:  Qlc^d/\Jh 


FOR  THE  PERIOD  ENDING:     fluff /J it  27 ^  J 


PRELIMINARY  SURVEY  PROGRESS  REPORT 

PROJECT  NO.:  /~4  f//)  DATE  SURVEY  AUTHORIZED:     2' 7- 

PRO  J.  NAME:     /JfisA/SA-  DATE  WORK  STARTED: 

LENGTH:        &       Af//.^<   ESTIMATED  COMPLETION  DATE:  //-3d 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:  v  Rj)u£0fj££  TELEPHONE:      £54 ~  /7£6>  

NO.  PERSONNEL  ASSIGNED:         £  %  COMPLETE:  <£Q  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221E 


DISTRICT:  <£Z<£W£W<f~ 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     /7  U        Z~l.   1  9  ff-T 

PROJECT  NO.:     j?S   S/C  -  I  (  I  )  /  V        DATE  SURVEY  AUTHORIZED:  z////f 

PROJ.  NAME:  .  CLa*g^£ZI2£jg-=  c~sC±r     DATE  WORK  STARTED:   .  

LENGTH :  /  3.  /    /V7  /  c  €  _S  ESTIMATED  COMPLETION  DATE: 

DATE  SUBMITTED  TO  DISTRICT:     ?  /~Z  Z  /  f  S~ 

PROJECT  MANAGER:   TELEPHONE:     

NO.  PERSONNEL  ASSIGNED:    %  COMPLETE:   O  V o  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT: 


Bill ings 


DISTRICT  DESIGN  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      August  30,  1985 


PROJECT  NUMBER  &  NAME 

DESCRIPTION 

NEXT 
MILE- 
STONE 

M-HRS 
USFD 

UuuU 

THIS 

REPORT 

PERIOD 

% 

COMP 

LJl 

COMP 

MIS 

fi  nal 
dsn. 

RS  302-1  (2)  0 
Rimrock  Road  -  Molt 

Reconstruct  i  on 
G,  GS ,  PMS 

Publ  ie 

ruu i i l 

tearing 

Ik 

6 

2-88 

M __69qj_- 1    1 )  o 

Laurel  East  -  Mossmain 

UDarad  i  na 
PMS  Overlay 

Pre- 
P.  I.H. 

3Vf 

40 

10-85 

F  16-2  (3)  29 
Klein  -  South 

Upqrad i  nq 
PMS  Overlay 

Pre- 
P. I.H. 

kk 

5 

1-86 

F  63-2  (2)  19 
Judith  Gap  -  Moore 

1 1  nnrflH i no 

Widen.  PMS  Overlay.  Str. 

Pro-* 

P. I.H. 

0 

• 

1-87 

RS  308-1  (6)  9 

E.  of  Bearcreek  -  Bel  fry 

Reconst.  and  UDarad ina 
G.  Widen7GsT  PMS    ~  " 

F  i  na  I 
Desiqn 

40 

50 

12-86 

RS_30_6-1_(3)_2 
Columbus  -  North 

Reconstruction 
gTgsT  PMS,  ~Str~ 

Pre- 
P. 1 .H. 

0 

10 

1-88 

RS  500-2  (2)  19 

■            ^                 mm        ^  mm  J         .  ^ 

Mosby  -  South 

Reconstruct  ion 
G,  GS 

Pre- 
P. I.H. 

0 

6 

1-89 

F  37-1   (\Q)  Q 
Busby  -  West 

C   (1C  PMC 
U | UJ >  rnj 

Reconstruct  i  on 

r  i  na  i 
P. I.H. 

0 

40 

1-88 

F  37-1  HO)  19 

Busby  -  East  and  West; 

Rerr>n^fTiif1"  \  r»n 
Gf  GSf  PMS 

prp- 

P. I.H. 

0 

0 

1-88 

DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221D 
*  -  Additional  Field  Survey  Data  Required. 


(J7 


CMS- 14 


DISTRICT:  5130 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  August  29,  1985 
RTF  57-3(11)88 

PROJECT  NO.:    .F-HES  57-3(16)97  CONTRACT  AMOUNT:  $2.790.151.70  

PROJ.  NAME:    ~East  Of  LWN-East   CONTRACTOR:  Glenn  Rehbein  Excavating.  Inc 

LENGTH :      ^grange-West   FROM  (town):     p1ain$  Mt .  

COUNTY:        FprglK   AWARD  DATE:       April  3.  1985  

CONTRACT  TIME:     qn  Working  Days  DATE  WORK  STARTED:  4/23/85  


ORDER  TO  PROCEED  DATE:        4/29/85  PROBABLE  COMPLETION  DATE:  11/1/85 

%  COMPLETE:  q_   NO.  DAYS  WORKED  PER  WEEK:  5-6 

%  TIME  USED:  ftfi   NO.  SHIFTS  PER  DAY:   1  


NO.  MEN  EMPLOYED:    NO.  HOURS  PER  SHIFT:  q.u 

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:        Passow   TELEPHONE:  538-8731  


NO.  OF  ENG.  PERSONNEL  EMPLOYED:    \Q_       ADDRESS:         P.O.  Box  491 

lew  is  town,  Mt. 


GENERAL:   Rehhpin  completed  paving  thp  apprnarhps  August  7.  The  final  lift 

 nf  plant,  mix  paving  does  not  have  a  very  smooth  riding  surface.  The  project 

was  Sealed  and  Covered  August  20  and  21st.  An  average  of  0.40  gal,  of  CR5 

 2  anH       Ihs    nf  mvpr  matprial  was  nspri.  Appparanr.ps  at  this  time  are 

 good.  

 L.A.  Construction  has  a  5  Man  crew  on  the  project  on  clean-up 

 work  and  pipe  and  drainage  clean-up.  A  small  pnrtinn  nf  fencing,  Seeding, 

 and  guard  rail  installation  remain  tn  hp  rnmplptoH  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS- 14 


DISTRICT: 


5130 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  August  29.1985 


PROJECT  NO. :       HES  80-3(1)63 


PRO J.  NAME:    North  of  Stanford 

LENGTH :        0.0  Miles  

C0UN^:       Judith  Basin  


CONTRACT  TIME:        20  Working  Davs 


CONTRACT  AMOUNT:     $  27.292.50 
CONTRACTOR:      Mirkpns  Cnnst. 
FROM  (town):      Lewistown,  Mt. 
AWARD  DATE:  8/1/85  


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE:  a/2fi/S5_ 

%  COMPLETE:  Q  

%  TIME  USED:  ?n  

NO.  MEN  EMPLOYED: 


0 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  Pacsnw   TELEPHONE: 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  0-4_  ADDRESS: 


538-8731 


P.O.  Bnv  AQ1 


l.pwistnwn,  Mt 


GENERAL:   A  nrp-rnnst.rurtinn  rnnfprpnrp  is  srhpHnalpH  fnr  August.  3D t T qrr 

 Thp.  r.ont.ratnr  plans  t.n  hpnin  work  as  snnn  ac  possible-.  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS-14 


DISTRICT:  5130 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        August  29 ,  1985 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH:  _ 
COUNTY: 


F-57-3(09)l21 


Winnpt.t.-West 


9.1  Miles 


CONTRACT  TIME:      160  Working  Davs 


CONTRACT  AMOUNT:    $  5T517r99ft.ft1 
CONTRACTOR:       HildP  CflBSt,  C.n Tnr 
FROM  (town):       Great  Falls.  Mt. 
AWARD  DATE:  8/5/83  


DATE  WORK  STARTED:  8/30/83 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   go_ 

%  TIME  USED:  ftq 
NO.  MEN  EMPLOYED: 


8/26/83 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE:      ^  p  fffi 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  PaSEOW  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  0-1 


7/1/85 


TELEPHONE: 
ADDRESS: 


538-8731 


P.O.  Box  491 


Lewis town,  Mt. 


GENERAL: 


— The  project  notes  have  been  checked  and  submitted  to  Billings 
District  office  August  22,1985.  This  is  the  final  filled  report. 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS-14 


DISTRICT: 


5130 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  August  29,  1985 


Moore- Lew is town 


PROJECT  NO.:      F-HES  57-3(15)67 
PRO J.  NAME: 
LENGTH:      14.1  Miles 
COUNTY:  Fergus 


CONTRACT  AMOUNT:    $  2.374.336.23 


CONTRACTOR:     Empire  Sand  &  Gravel  Co. 

FROM  (town):     Billings.  Mt.  

AWARD  DATE:        June  6,  1985  


CONTRACT  TIME:  90  Working  Days 
ORDER  TO  PROCEED  DATE:  7/8/85 

%  COMPLETE:   5  

%  TIME  USED: 


DATE  WORK  STARTED:      July  16.  1985 


-23- 


NO.  MEN  EMPLOYED: 


-20- 


PROBABLE  COMPLETION  DATE:  6/1/86 

NO.  DAYS  WORKED  PER  WEEK:   5_ 

NO.  SHIFTS  PER  DAY: 
NO.  HOURS  PER  SHIFT: 


-8- 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:       paSsow   TELEPHONE: 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  2-6_       ADDRESS:       P.O.  Box  491 


538-8731 


Lewis town,  Mt.  59457 


GENERAL:   Completed  crushing  and  stnrkpi ling  1%"  r.RP.  August.  5,  changed  over 

and  began  crushing  plant  mix  material  and  cover  material.  The  cover  material 

is  being  washed  as  it  is  being  made  and  stockpiled.  

 The  sub-contracts  for  T.P.  Partners  and  Omo  were  approved  August 

1,  Signs  were  placed  and  T.P.  Partners  began  installing  culverts  on  August  6. 

_  A  detour  is  being  constructed  at  station  128+  to  be  used  when  a 

 bridge  will  be  removed  and  dual  pipe  installed  to  replace  the  bridge. 

 Grading  operations  are  schedualed  tn  hegin  Spptemher  3.  With  the 

 Plant  mixing  operation  to  begin  the  later  part,  nf  Septpfaher  


DISTRIBUTION: 


3255-2914 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:  B«-l/*feS 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  e-2-8S 


PROJECT  NO.:  XD 3Q-S>(34.) &31UZ 
PRO  J.  NAME:  LoQ&e<S£ASS  -  Soor/S 

LENGTH:     tin  H/L£3  

COUNTY:     Bi<S  ljoe*J  

CONTRACT  TIME:  ZSOUJoeJC/AJC DAYS 
ORDER  TO  PROCEED  DATE:  lO-Sl-83 

%  COMPLETE:  B8%.  

%  TIME  USED:  77%  

NO.  MEN  EMPLOYED:  /DZ-.  

ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $  7Z9;  277,  S«3 

CONTRACTOR:   S^Vgs  <huSTe.,UJC* 

FROM  (town):  UA&HlAkLTnit 
AWARD  DATE: 

DATE  WORK  STARTED:  Z-Z7- 


PROBABLE  COMPLETION  DATE:  //D-/-eS 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:  Z.  

NO.  HOURS  PER  SHIFT:        &  —  JQ 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:  ///A 

PROJECT  MANAGER:  D,CkirmW  TELEPHONE:  C^^Z^Z3 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:    Zl_       ADDRESS:     RO,  I3<3X. 


Lo&ze  &sa&s}  Hour se&so 

GENERAL :     R?<35ggSS,  doO.   Llt>£X  i A)  P£A&E£=3>5,  ^ii  S/.ST/rn  ^pr 
SueF-ACM^.    fi-A4jrM/X  OPeJP/)TJ<»L<Z  B^JOJJ  f=±>AMJ*  COMP- 

LETED  TtiE  LO(=EK  OF?  JZT^H5>  4  P^?C£a1T  r^HP^TP  /MP 

R$  Fou  S)u)s.7  Mtsc.,  G>eA)£>/A/<z  ICoJo-   <Z^eniu&  ?n%*  Qg^g/ACe 


DISTRIBUTION: 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


//2 


DISTRICT:  Billing* 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        August  %,  I985 


PROJECT  NO, 
PRO J.  NAME: 
LENGTH: 
COUNTY: 


"      I-ID  90-9  (38)  549  U-2 

Wyoming  Ldne  North 
5.2  Miles  


Big  Hnm 


CONTRACT  TIME: 


220  WD 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  99 
%  TIME  USED: 


8-5-83 


31 


NO.  MEN  EMPLOYED: 


_50 


CONTRACT  AMOUNT:     $  7,26l,l80.56 
CONTRACTOR:       Hilda  bonstructionCo. .  Inc 
FROM  (town):      Great  Fall*.  Montana 

AWARD  DATE:  8-5-83  

DATE  WORK  STARTED:  _9m£mQ^  

PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


9-15-85 


10 


ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

TELEPHONE: 
ADDRESS: 


PROJECT  MANAGER: 


R.J,  jjfaajk 


343-2501 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


-1$ 


Box  V>6 


Wyola,  Montama  59089 


GENERAL:        Work  in  progress  conaiata  of  Hilda  Construction  Company,  Inc  . 
Placing  Qpan  Graded  Friction  Course.    This  work  waa    completed  on  8-22-85. 

Martinez  Cnnatniction  working  on  Concrete  drain  chutes  and  lUber  Sfljjjt  raving 

in    areas  that  eroded  durlna-  t.h*>                                           ,  , 
 aurxng  "*e  rainy  season  and  on  general  cleanup.  

One  Way  Sign  placed  all  Guard  Rail  and  Signing.  


A  13  person  engineering  crew  is  assigned  to  construction  inspection  and  layout 

work. 


Grading  Itema  fcj  100^  r»nmp1  »t.» .  nrainago  -I t.or»«t  aae  100ft  complete,,  Structures 
are  100%  complete.    Asphalt  Paving  items  ±±u  are  lOOg  complete,  Miaec.  items 

are  QOf  complete.  


DISTRIBUTION: 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


/ft 


DISTRICT:  Billings 


CONSTRUCTION  PROGRESS  REPORT 

FOR  THE  PERIOD  ENDING:    August  31.  1985 

I-ID  90-9  (36)  531  U-l   

I-ID  90-9  (38)  5^9  U-l 
PROJECT  NO.:  P-7*-l(2)0  U-l 


PRO J.  NAME: 

LENGTH: 

COUNTY: 


Fencing  Lodge  Grass  to  the 


Wyoming  Line 


24.1  Milea 


Big  Horn 


CONTRACT  AMOUNT:     $  486,990.61  

CONTRACTOR :  Crow  Tribe,  of  Montana 
FROM  (town):       Crow  Agency.  Mt. 

AWARD  DATE:   July  S."  lQfrl 


CONTRACT  TIME: 


See  Contract 


DATE  WORK  STARTED: 


7-26-81 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  gi 
%  TIME  USED: 


7-5-83 


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


10-15-85 


JLQ_ 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:  gj 

PROJECT  MANAGER:      p  j,  Sohflak  TELEPHONE: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:      i  ADDRESS: 


34>?501 


Box  366 


Wyola,  Montana  59089 


GENERAL:        The  contractor  begin  work  on  the  project  on  August  26.  1985. 

 The  contractor  begin  work  on  the  aouth  «mH  of  th«  Wyoming  T.-tne  North  projwtyfc 

and  in  working  Northt  fencing  the  areas  that  could  not  be  completed  until  the 
roadway  construction  work  was  completed.  


1  inspector  is  assigned  to  tMMtW   inspect  the  contractors  operations. 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221F 


Of 


DISTRICT:  Billings 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      rmwmn  i,,^.  "51 ,  1985 


i-n>  90-9  (62)543 

PROJECT  NO.  :  p-74-l(2)0  XJ-2 


PROJ.  NAME:  Wyola  South  A  Wyola  conn. 

LENGTH :  5.8  Miles  

COUNTY:  Big  Soya  


CONTRACT  AMOUNT:  $  7,977,895o95 

CONTRACTOR:  Hilde  Const.  Co..  Inc. 

FROM  (town):  Qreat  Palls.  Mt. 

AWARD  DATE:  8-26-83  


CONTRACT  TIME: 


220  WD 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   gg_ 

%  TIME  USED:   95^ 

NO.  MEN  EMPLOYED:  50 


8-2Q-8-S 


4-9-84- 


DATE  WORK  STARTED: 
PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK:  £ 

NO.  SHIFTS  PER  DAY:   1 

NO.  HOURS  PER  SHIFT:  10 


ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

  TELEPHONE : 

ADDRESS: 


PROJECT  MANAGER 
NO.  OF  ENG.  PERSONNEL  EMPLOYED 


R.J.  3nhank 


34>?501 


Box  366 


Wyola,  Mt.  59089 


GENERAL:     Work  In  progress  consists  of  Hilde  Const.  Company,    placing  3/4- 
Plant  Mix  Surfacing  and  Open  Graded  Friction  Course.    These  items  were  completed 
on  8-23-85.       Martinez  Construction  Company  placed  all  Fiber  Glass  roving  and 
worked  on  general  cleanup  throughout  the  project.    Qreenway  Hydroturfing  is 
Seeding  on  the  Project.     Lewis  Construction  Company  is  plaoing  Guard  Rail  and 
Signing  items.  


A  12  person  engineering  crew  is  assigned  to  construction  Inspection  and  layout 

work.   

Grading  items  are  TOO_  ftmnpl  «t.« ,  TViHn-ff.  j&Qg  are  100*  complat*,  Structura- 
are  100*  complete.  Asphalt  Paving  items  are  100*  complete  and  Missc.  items  are 
90*  complete.  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


CMS-14 


DISTRICT:  &<>JJrt<SZ 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  &-3/-RS 


PROJECT  NO.:  /?-M/rstt-?(l\<tn 
PRO  J.  NAME:       /jyj^A-  £t>„tJ/ 

LENGTH :   LLdWtJZS  

COUNTY:   Gt>UX?A>  /Jgy/^y 

CONTRACT  TIME:  g§£  U),D 


CONTRACT  AMOUNT:  $  ^2&fy32Z2Q 
CONTRACTOR:        djSATTUty  fo/usr. 

FROM  (town):  Z&UJ/STouJ/J  

AWARD  DATE:  ^  


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE:  5-Z#'X5 

%  COMPLETE:   ^U^  

%  TIME  USED:   23  

NO.  MEN  EMPLOYED: 


6? -3- 85 


3D. 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


9-Z0-35 
J.  


ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

TELEPHONE : 
ADDRESS: 


PROJECT  MANAGER:  <Drrm/M 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  "J 


GENERAL:       Zgg  (2*KACX><  J&^aaJ  &Ctfj&JU§   <p  Wf<--& 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS- 14 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  X-3/-85  

PROJECT  NO.:    /T.  AZJf-A*tt  W-/  CONTRACT  AMOUNT:     $  6^6,5,  493.  Q9 

PRO  J.  NAME:      d&KO  A&M,y-Aj&&t/  CONTRACTOR:      EM  D/ttjQ/U  ? '  Sc^S. 

LENGTH :  /r)/L£-<L   FROM  (town):         //?/6£S  d/TV 

COUNTY:  g  iG    //pgV   AWARD  DATE:         Tul*/    jfy  198*9 

CONTRACT  TIME:  ?  5   -       5  DATE  WORK  STARTED:      ~XuLy  Z3/  /9&^ 

ORDER  TO  PROCEED  DATE:  Tut 'jJ&fyg&j  PROBABLE  COMPLETION  DATE:      8  '/f~85 

%  COMPLETE:   //On   NO.  DAYS  WORKED  PER  WEEK:  5  

%  TIME  USED:   25   N0-  SHIFTS  PER  DAY:  /  

NO.  MEN  EMPLOYED:    NO.  HOURS  PER  SHIFT:  #  

ACTUAL  COMPLETION  DATE:  S'/9~%5 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:  hjGu^T  2Q  J 935 
EFFECTIVE  OPENING  DATE:  %'/?-85 

PROJECT  MANAGER:      AkeA  OrmAf^  TELEPHONE:  ^3^-V/7/  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    J3_  ADDRESS:  ^/j/At*.  /TiO^if. 


GENERAL:  /jb/eocTCK     /y/VSil*£Z?  UTTttS    y^O^e  ~7&/£ 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  i-^r-r^ 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH:  _ 
COUNTY: 


6-  7  dtd££Sk 


CONTRACT  AMOUNT:     $  /  99r  ^7 
CONTRACTOR:    ^mJk^i  S 
FROM  (town):  y^^T 
AWARD  DATE: 


CONTRACT  TIME:     K***^*  ^s 

DATE  WORK  STARTED: 

C-7 

-  V£ 

ORDER  TO  PROCEED  DATE:  f-zi-fs 

PROBABLE  COMPLETION 

DATE: 

%  COMPLETE:  9& 

NO.  DAYS  WORKED  PER 

WEEK: 

%  TIME  USED:  7^ 

NO.  SHIFTS  PER  DAY: 

NO.  MEN  EMPLOYED:        «   -  4J 

NO.  HOURS  PER  SHIFT 

9 

ACTUAL  COMPLETION  DATE: 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT 

CONSTRUCTION  SUPERVI SOR : 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  T.  dd&SiZ*y  TELEPHONE: 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    ^  ADDRESS: 


GENERAL:   4/^     /7*s»3  f  ^  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  £4*44*** 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:         ff-^y-  XS 


PROJECT  NO.:  /'^-/C'?)  t 
PRO  J.  NAME:    zfrdg  ~77*t<4&/<.  a)o. 

LENGTH:   /ntues. 

COUNTY:  ^agrg^a 


CONTRACT  TIME:     fp  £Q0^t^ 
ORDER  TO  PROCEED  DATE:  r-JtC-fS 

%  COMPLETE:   £  

%  TIME  USED: 


NO.  MEN  EMPLOYED: 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:  $ 

CONTRACTOR:  f  &*,s  ^vre  ^ 

FROM  (town):     ^^ti^aA,  OfZl 
AWARD  DATE: 


DATE  WORK  STARTED: 


NO.  SHIFTS  PER  DAY: 
NO.  HOURS  PER  SHIFT 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  /2cae*.r  c^^l 72>aJ  TELEPHONE: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS: 


r- 

X5-- 

DATE: 

WEEK: 

i 

r  7*  9 

9^z-  -  tffcgg 


/,«ta&/c  _  /hT. 


GENERAL: 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/22 IF 


CMS- 14 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:    jSL^,  Jj /  /9 


PROJECT  NO 
PROJ.  NAME 
LENGTH: 
COUNTY 


2<Z,6 


CONTRACT  TIME: 


CONTRACT  AMOUNT:     $   SZ9/Ji2^  ^o 
CONTRACTOR:  ^A^J.**.^.^  ^ 
FROM  (town): 
AWARD  DATE: 


-  03  - &S 


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE:  -  gg 

%  COMPLETE:  ^   

%  TIME  USED:  

NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:    TLL   fl^/Z^e.  TELEPHONE: 

ADDRESS : 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


GENERAL: 


L 


sQo.  it C*£  &L=.  3  r*\ so  ~ 


LAX 


  </ 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS-14 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD 


ENDING:  jQ** 


PROJECT  NO.:      £>S  3^1  -  /  C*)  O 
PRO  f  NAME:        ^^Irl'  /> 
LENGTH :  ^  g-  //,  %^ 

COUNTY:   St,mM/</m  // 

CONTRACT  TIME: 


CONTRACT  AMOUNT: 

CONTRACTOR:   

FROM  (town): 
AWARD  DATE: 


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   

%  TIME  USED:   

NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:    -J^L  T)+Y7or«.  TELEPHONE 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  7 


ADDRESS : 


GENERAL: 


rr2 


22  / 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS- 14 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      4*4^  ,^oa. 


PROJECT  NO. 
PRO J.  NAME: 

LENGTH:   

COUNTY: 


Bern?  SlquZH  

cojgatuu  

CONTRACT  TIME:     ^  M„ 
ORDER  TO  PROCEED  DATE:  &JLz&3L 

%  COMPLETE:   

%  TIME  USED:  ?7  

NO.  MEN  EMPLOYED: 


CONTRACT  AMOUNT:    $   / c^y  ^ 
CONTRACTOR:     0gMJUi6L  £XCmuAJUm  i»v 

FR0M  (t0WQ) :             44*2*  OU** 
AWARD  DATE:  A   


DATE  WORK  STARTED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE: 
PROJECT  MANAGER:     ^  TELEPHONE:      ^  , 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    _j_  ADDRESS: 


GENERAL:      75^    /K»*ecT    €&    /OP  7t  <2*taaLSLZ£.      s  OidUU  m  *>^*  m&L 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS-14 


DISTRICT:  OAiiJUfiJL. 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      y&y  ^<~T   j?y   i<yn  g 

PROJECT  NO.:    jz/>    9a~A  fag&^&g  CONTRACT  AMOUNT:     $   /.  sot.  .  <?* 

PROJ.  NAME:  r/ry  ^r-^r^  CONTRACTOR:     Mame***  ZmjUI&jlau*Z& 

LENGTH:   p  6,    FROM  (town):  s?  

COUNTY:        SmMJ&m*   AWARD  DATE:     ^/?xw.  3£^L2A2 

CONTRACT  TIME:     7<  wmMMMt*   HAMS  DATE  W0RK  STARTED:      y.z9  -^c 

ORDER  TO  PROCEED  DATE:    4 .  Bs  PROBABLE  COMPLETION  DATE:    jg-ts-  feg 

%  COMPLETE:  3   NO.  DAYS  WORKED  PER  WEEK: 

%  TIME  USED:         7.4'   NO.  SHIFTS  PER  DAY:   /  

NO.  MEN  EMPLOYED:       g  4^   NO.  HOURS  PER  SHIFT:  /z  


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:       # /A 

PROJECT  MANAGER:     4.4,.  *4£&M  TELEPHONE:  p*8 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:  gx&£jUL 


GENERAL:      qaagjBBJUL WA  C&ttiSJ&Mt.  7~*s?  &  mmi mtmu     XSutSm t G^twie*. * 

— — ZkZ&At — oJL — ^  ZZtjSmjmeauwik  ~  v  -Mm  ^BSazateZL  

 Gate  tiem&E  22K£  trcwnea^.  steer. 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS- 14 


DISTRICT 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 


PROJECT  NO. : 
PRO J.  NAME: 

LENGTH:   

COUNTY: 


&1*L  4  /fa  )o  


CONTRACT  TIME:  fj^r  gg£ 

ORDER  TO  PROCEED  DATE:  4-2<'/?S" 

%  COMPLETE:   ^  

%  TIME  USED:  7  


CONTRACT  AMOUNT:     $  S/8. 

CONTRACTOR:  &**2gU6J**u 

FROM  (town):   j/ji/J?*  .  *to*r*,Jt 

AWARD  DATE: 


NO.  MEN  EMPLOYED: 


25 


DATE  WORK  STARTED:  lTZ~*~  '7.  /9#<£- 
PROBABLE  COMPLETION  DATE:  ^lA&T 
NO.  DAYS  WORKED  PER  WEEK:  ^ 

NO.  SHIFTS  PER  DAY:   /  

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE: 

PROJECT  MANAGER:       ^/yy, Z^/e^  TELEPHONE:  2.9S 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    JJ_       ADDRESS:  />?£>#£ y  $r 


GENERAL:      y,/ ,  03 r^*:/>r/c c*ta?  f  ^-g^r/adgzivf  <<z4>ttsu,*<2,  £ 

5£~7-  u/z  7~*/£-  usasM/oiG  A<mr^  /qr<f/^^/t/  -n~/<r  'A,  "Ce\*&e  ^vr**,**. 

fi-*/-/?<T.  .^v^P SZaKS,  />/£rA7-  r>/>tr/z*-rxs~  U*t£.<* 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT:  Rt/ft^S. 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  <f-/"tS?<T 


PROJECT  NO.:  Z<k 
PRO  J.  NAME:    l0J^  - /Jor-1% 

LENGTH :  gu/^j  

COUNTY :  f/^r7  

CONTRACT  TIME:  1afaskut$  D*y± 

ORDER  TO  PROCEED  DATE:      <4-/C  -fig" 

%  COMPLETE:  /a  o  

%  TIME  USED:  /  OO  


CONTRACT  AMOUNT:  $  6^,*^  Q~73>  / S~ 
CONTRACTOR:     /jfrftfe  drttihC^Xn^ 

FROM  (town):  M7~  

AWARD  DATE:  3~  I Z  - 8£T  


DATE  WORK  STARTED: 


4- 


NO.  MEN  EMPLOYED: 


/ 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

HOURS  PER  SHIFT: 


jL 


NO. 


ACTUAL  COMPLETION  DATE:  S~2.~7~&S' 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:  jg;  2.~?-8-£ 
EFFECTIVE  OPENING  DATE:  "7-Z~8£~ 

TELEPHONE: 


PROJECT  MANAGER:  ft.(c*.~fc,f(*»*- 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


ADDRESS: 


MT 


GENERAL 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  QM±Z23£. 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 


PROJECT  NO.:  2.  { 4-}  CONTRACT  AMOUNT:     $  <?£ f£  7 2. .  S) r> 

PRO  J.  NAME:    ffm  &        fa  ^  g  CONTRACTOR:       f^fcf^rf        }  Xr,r-.. 

LENGTH :  /Vf//^   FROM  (town):      ;g///,V>jrf,  /W  7" 

COUNTY:        TzdsLgLLdZ   AWARD  DATE: 


CONTRACT  TIME:    dSM^ka^ILkMA        DATE  WORK  STARTED:  

ORDER  TO  PROCEED  DATE:      S'/^-J?^         PROBABLE  COMPLETION  DATE:   

%  COMPLETE:  O  NO.  DAYS  WORKED  PER  WEEK:  _0  

%  TIME  USED:          //  _____  NO.  SHIFTS  PER  DAY:  <g 

NO.  MEN  EMPLOYED:           Q   NO.  HOURS  PER  SHIFT:  p 

ACTUAL  COMPLETION  DATE:  _____  

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:     Q.  & /„-  TELEPHONE:  7  _-_T  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    _^  ADDRESS:      Depflot  tf/fj.^,,* 

BUUag^  my*  

GENE^L:    4  p^e^JhM^m  cfcL        *££A  r 

work.    A?*cz?m<<irp/ <?f \j£&g£3ue£ tdu&JL***  4„T,<^ 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


CMS-14 


DISTRICT:  BjUW6S. 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  8'£8~&£  

CONTRACT  AMOUNT:     $   <Q44,  283- £  9 
CONTRACTOR:    £/nP//?£  S/3VO  £ &2Ao€C^ 

FROM  (town):    &,tc  ,Aj4S  

AWARD  DATE:      6>- Z8'B8  

DATE  WORK  STARTED:     8~20-  8£ 
PROBABLE  COMPLETION  DATE:  //-/'8b 

NO.  DAYS  WORKED  PER  WEEK:  _J5_  

NO.  SHIFTS  PER  DAY:   /  

NO.  HOURS  PER  SHIFT:  9  

ACTUAL  COMPLETION  DATE:  2 — 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:  '  '  

EFFECTIVE  OPENING  DATE:  ^ 

PROJECT  MANAGER:    QtV/Q  ft "  SetiU/nAA/ ' TELEPHONE:  245-9&OZ-  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:     5_       ADDRESS:     QsPT.  r>t=  /t/dtflOAVS 

GENERAL:       TrfE  COaJTRGCToZ   STAGTBO    T^AFFiC   Co<oTfloc  £  <ZT&Z/S\ 
D<2Aik>  LUCHZit    OfJ  /?v£vsT   2D,  /98S.     Q/2/3////i4e  /TESTIS 

/Q%  do^pi.&TB  .  /77/se  jTem         2%  ac^pLef^,  lu/M 


PROJECT  NO. :  /77 


PRO  J.  NAME:  So<JtTf4  24Tti   ST  \J . 

LENGTH:       Q.        /7? /  

COUNTY:  )&LLC?uJS7Z)Oe  

CONTRACT  TIME:     90  W-O-  


ORDER  TO  PROCEED  DATE:  &- 
%  COMPLETE:  2% 


%  TIME  USED:  //  % 


NO.  MEN  EMPLOYED:   £_ 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


#7 


DISTRICT:  //^  ^ 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  ^/  JVS'S 

PROJECT  NO.:      tf*S  SSJ  - 1  C*  }  O  DATE  SURVEY  AUTHORIZED:  -  gy  - 

PROJ.  NAME:      ^ga^,..^  -  /(/,,>//  DATE  WORK  STARTED:      //-/<?  ~2T*t 

LENGTH:  ^y    ESTIMATED  COMPLETION  DATE:   

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:   £kz/e  ,7?g/£r~e.  TELEPHONE:  -3<f£d  

NO.  PERSONNEL  ASSIGNED:  a  %  COMPLETE:  -^-O  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CMS-16 

DISTRICT:  c^q 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       August  ?Q1  IQfiS 

PROJECT  NO.:     RS  297-1(01)24   DATE  SURVEY  AUTHORIZED:  in/7/85 

PROJ.  NAME:     Hedges vil  1o- North   DATE  WORK  STARTED:  n/15/85 

LENGTH:  QQ  .   ESTIMATED  COMPLETION  DATE:  n/fl 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:    _Eas&ow  TELEPHONE:        53S  g731 

NO.  PERSONNEL  ASSIGNED:  q  %  COMPLETE:  .  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:     /S'OL/ASJ  5 


PRELIMINARY  SURVEY  PROGRESS  REPORT 


FOR  THE  PERIOD 


ENDING:   /Z<Zt/ST  2S>  /?&\ 


PROJECT  NO.:   F  53 -?&)34  DATE  SURVEY  AUTHORIZED:  /2~£~83 

f&aOView  -jLiV/tQf\       DATE  WORK  STARTED:      /  -  /D 
LENGTH:     284  £  &  Z    /Pi/  ESTIMATED  COMPLETION  DATE:  /Q-/8SS 

DATE  SUBMITTED  TO  DISTRICT:  I2-SS3 

PROJECT  MANAGER:  DflU'O  h ^  £zMu//?AU  TELEPHONE:  245>~98£>2.  

NO.  PERSONNEL  ASSIGNED:       S  %  COMPLETE:  7&  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


CMS- 16 


DISTRICT:  J^,*** 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       <f-^r-  fS 


PROJECT  NO.:  9<£>SC  Ce\ 

PRO  J.  NAME:  (7* 

LENGTH:  —   


DATE  SURVEY  AUTHORIZED:  /-Zc^M- 
DATE  WORK  STARTED: 


ESTIMATED  COMPLETION  DATE: 


DATE  SUBMITTED  TO  DISTRICT: 


PROJECT  MANAGER:  /LxM^r  r.  ad4M.r»A)  TELEPHONE: 
NO.  PERSONNEL  ASSIGNED:  O  %  COMPLETE: 

DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2916 


CMS-16 


DISTRICT:  5130 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      August  29,  1985 

PROJECT  NO.:    RS  236-1(07)0   DATE  SURVEY  AUTHORIZED:     1 1/7/84 

PRO J.  NAME:       Hi  1 ger-Wini f red  DATE  WORK  STARTED:  2/8/85  

LENGTH:  24.12   ESTIMATED  COMPLETION  DATE:  2/15/86 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:  PasSQW   TELEPHONE:  538-8731  

NO.  PERSONNEL  ASSIGNED:  0  %  COMPLETE:  0 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DIRECT  PARTICIPATION 
FEDERAL  HIGHWAY  ADMINISTRATION 


REV.  7/15/85 


MONTHLY  PROGRESS  REPORT 
DIRECT  FEDERAL  CONSTRUCTION 
MONTANA 


PROJECT 


LOCATION 


TYPE 

LENGTH  WORK 


PERCENT  %  WORK  COMPLETED 
TIME  AND  ESTIMATED 

USED        COMPLETION  DATE 


CONTRACTOR  AND 
CONTRACT  AMOUNT 


FH  61-1(5) 
Northfork  Flathead 
River  Highway 


Flathead  County 


9.655     Grading  and 

aggregate  surfacing 


83% 
10/15/86 


Hilde  Construction 
Co.,  Inc. 
$4,033,405.45 


FH  12-1(2)  and  Flathead  &  Kootenai        ---        Grading  and  —  —  Poe  Asphalt  Paving, 

F-HES  5-3(26)133         Flathead  &  Lincoln  Co.  surfacing  Inc. 

Whitefish-Eureka  Hwy  $3,676,846.90 


OMAD  18(13)  Cascade,  Judith  Basin,    36.5      Crushed  aggregate        —  —  Konitz  Contracting, 

Minuteman  Missile        and  Teton  Co.  surfacing  Inc. 

Base  Roads  $518,400.00 


OMAD  18(14)  Fergus  and  Wheatland      33.50     Crushed  aggregate        —  —  Konitz  Contracting, 

Minuteman  Missile        Co.  surfacing  $579,460.00 

Base  Roads 


GP:ml :3gg 


